PLEASE  RET 


Montana  State  Library 


3  0864  1006  6604  2 


MONTANA 

DEPARTMENT  OF  HIGHWAYS 


CONSTRUCTION  ,  DISTRICT  DESIGN  and  PRELIMINARY 
SURVEY  PROGRESS  REPORT 

STATE  DOCUMENTS  COLLECTION 

SEP  1  01984> 

1515  E.  Cxh  /.ye, 
NA,  MONTANA  59620  -« 


....  ••>  ;  - 


ISSUED  THE  FIRST  MONDAY  OF  THE  MONTH 
September  4,  1984 


DOMINION 


0  F 


.f_R  1  T  1  S  H     COLUMBIA  ' 


CANADA 

ASK  ATCHEWAN 


LEGEND 


STATE  MAINTAINED 
FEDERAL-AID  ROUTES 
~  Interstate 

-  Primary 

—  Secondary 

INCORPORATED  CITIES 
i®  Capital 
®    County  Seat 
©  Other 


Butte  Over  5000 
Cascade     Under  5000 


FINANCIAL 

a 

COMMISSIONER  DISTRICTS 

^ ■  District  Boundary 
'3^)     District  Number 

Effective  Date-.   7-  I  -83 


MONTANA 

PREPARED    BY  THE 

STATE  OF  MONTANA 
DEPARTMENT  OF  HIGHWAYS 
PLANNING  AND  STATISTICS  BUREAU 

IN   COOPERATION   WITH  THE 
U.S.    DEPARTMENT    OF  TRANSPORTATION 
FEDERAL    HIGHWAY  ADMINISTRATION 


SCALE 
20        40         60  Miles 


DISTRICT:  //5  o> 


DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     s4»f**/~Z?;  /?84 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

NEXT 
MILE- 
STONE 

M-HRS 

USED 

THIS 

REPORT 

PERIOD 

% 

COMP 

EST 

COMP 

DATE 

+37 

 _  _ 

 ^gfO  JVfi/eS   _ 

P  9 

o  / 

(7f3T 

2L8 

_  _  _  _ 

2aa  Wires 

"=?  < 

3Cy 

7 

Kk/'^              _  _  _ 

_El — /-z(Z+J  /27 —  ( 

 ^v&r  

p~r/J 
rtff 

I 

w 

cms- 

5zB 

£>T/J 

J 

¥ 

^3 

fid***.  ~         e  *  "6z 

£ .  0  r 

HI 

Jr.  SZ-L(iAO   

_    _  /^/^J  

DO 

...  <2Z. , 

01A 

S_  

f  /  

r  r 

<^'xo_a  -_/Jo_r^'tfi_       

X'.f     7/7  -  //9  )  O 

?  "5    /V)  ">>  r 

I  TOO 

r  (  l  f/zi'^>  . 

_       izfj:  _  ^ 

a*.  * 

srf&td&iJ  Creek-  So>~£*    _ 

S' 

/As.  /J 

^Sp^JL  v»»yH       

&9 

Pec./o 

£32- 

8.4 

3 

/98C 

<T2X 

&4ec  ^•'Sts  Sc-'^li.  f-   

em 

6& 

A';  met)* 

?>(>  Styles 

35  A. 

if** 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221D 


Montana  State  Library 


3  0864  1006  5936  9 


DISTRICT:  ___tfSo 

DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      /4LA,/  29  /<tS? 


63S 

71-4- 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

NEXT 
MILE- 
STONE 

M-HRS 

USED 

THIS 

REPORT 

PERIOD 

% 
COMP 

EST 

COMP 

DATE 

prjf 

S~3 

— 7 

zz 
J2£s 

J  7  .  ft     A^'/i-r  ^ 

fi>rcf;~ 
/?r// 

<- 
 w,. 

<J.<.  7Z- 

_Pf±S  ±    JJJuf**  _ 

O 

as.  19 

J.I  rt./ts  ~ 

PJ// 

f  TOO 

%!>* 

/I .  C   All/*  r 

fife.  3 
fro  » 

^Msl  -J?/^,  

n 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221D 


DISTRICT 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 
COUNTY : 


CONTRACT  TIME: 


CONTRACT  AMOUNT:     $   V,  LJLI  .o/S  .  Jl<L 
CONTRACTOR:    W^ry^^r  r.  y*J<<. 

FROM  (town): 

AWARD  DATE:  JL  .  3  

DATE  WORK  STARTED:        V-//-  #3 


ORDER  TO  PROCEED  DATE:  t/-/$-33 

%  COMPLETE:  

%  TIME  USED: 


ft 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       JaM£ 5  /.  -  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:       /  ADDRESS: 


ST.  £H 

Sr.  ££££i  Atr 


GENERAL:  E£AjU££  GiJi£Ai£JL   /Aj  C.  .  gfiJgg^Z^g  ^ 

T/J£     jSj&e  J*s>  r  ezAl  Jo*!-.   ~?  V    S  <9  ?  </  Z2>  <tL  £ter»oJg 

<U&b*!£z£.   a  a)  J*^  r  X  ■  I C-  ?o  -/ J.  7  a  &  4  o  y  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  //llSSoULfi 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  8^19.  S<S 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 
COUNTY: 


ST.  f?zcr,js  £ftLS  ru^-r 

&>.  8  /ft,  /es-  

/Yl '/  A/ts  P nt-  


CONTRACT  TIME:  2zo  HsjSgjjjSL&BSA 
ORDER  TO  PROCEED  DATE:      <~j -t  c—  g */ 

%  COMPLETE:   

%  TIME  USED: 


CONTRACT  AMOUNT:     $    7  yy^  8 (*8  8  ¥ 

— s> —  ?  ■ — *■ — 

CONTRACTOR:     ylfisHivCrT **}   Copsr  £>■ 

FROM  (town):     /Aissau<-»,  MT  

AWARD  DATE:       j-^.  30  ,  /  9*u  


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE:     JU1_V  ,  c  f9A<r 


NO.  MEN  EMPLOYED: 


_21 


NO.  DAYS  WORKED  PER  WEEK 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE : 
ADDRESS : 


PROJECT  MANAGER:     J^£S  6.  Cve_ 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  /if 


6>  Y<7-  -Z-V^o 


3~r*?#    PovTer    V7  2- 
Sr.  Pecs  .  AIT  SJ8Cix> 


GENERAL:     Ct^t".  Mj&jj&tZ**.  &t    Z£  3  &  s  -  3  7  o  .  -A, /n.  c. 

— A>    &  3  o  .  Tro-ff'S.    are*-  c-c.  r   Hu™P  Vp^n      ceaSecS  «fCrrZoP/r> 

0+  6-zv-#y. — fry*.  *  fit   ,r    sic,?*    fo^„  /.  r~  •    gjbatslts*  r<^r~  „ 

IS-   /go  ?a — c  -*y!  /*r*  j  U*c/.    £ /c  *       Is     1S7„    ^yA^.  ^/c^.  /j 

£/aff  ^  <^/7c,    /f     .T(f,%  ^S^M^tMbJ      Eye*,.     C/v,rt    )t     6V  %  ^a^/,U 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


DISTRICT:  //SO 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 

PROJECT  NO.:   //(r  (if)ll   O-lO  CONTRACT  AMOUNT:    $    7^2,  627 

PRO  J.  NAME:  ST/PUcTU£F<  ^^/^/Z/^r/CKtONTRACTOR:  /^Lesntrter  2n  Ju  \jrie<?  .  T^C. 

LENGTH:     0.  Z  rTl)   FROM  (town):      Sfotaru     CVaSh  . 

COUNTY:    A?/mr*J   AWARD  DATE:  7~ 

CONTRACT  TIME:    //Q  UtOf/Clh  Q  D*(f!>  DATE  WORK  STARTED:  8~/(p-X<4 

ORDER  TO  PROCEED  DATE :  Ju/ySO./Q^y  PROBABLE  COMPLETION  DATE:  ~  tJjT 

%  COMPLETE:  3  °?9   NO.  DAYS  WORKED  PER  WEEK:  5" 

%  TIME  USED:  /0%   NO.  SHIFTS  PER  DAY:   /  

NO.  MEN  EMPLOYED:      /  2.  NO.  HOURS  PER  SHIFT:  £ ' ~  f 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  S//uey  TELEPHONE:      £  V  f -  ~L  V  C  O  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    JZ.  ADDRESS:     5T-  /2?C;/Jy  sTt&VT^T*^ 


GENERAL:       TAu    C  Qs>  ~/ ' &  ( ^ *~  /^_/r)Q  U*d '  "  C-tS s 

Q-p  y^ug     c/<zc£;   $>/a&s  os)  l1/^  /^or^T  ^/c^*- 

/On  ajs?  .  

Me.  /)as    0/50    &£<?wn    y^a    s<?i  d 

c/fY  2Q         CM   ft/)*''  /Oik'  .  /  _ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 

S 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
I  PERIOD  ENDING:  5 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


CONTRACT  AMOUNT: 

CONTRACTOR:   

FROM  (town):   

AWARD  DATE: 


■y- 


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


9  £ 


DATE  WORK  STARTED: 
PROBABLE  COMPLETION 
NO.  DAYS  WORKED  PER 
NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT 


-7-  5 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  / 

PROJECT  MANAGER:  //v  ^  TELEPHONE:   f3 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:      2T  ADDRESS: 


DATE: 

-7  -    £  , 

WEEK: 

5 

/ 

/O 

f3  j 

GENERAL:   & ^ ^/    ^  g/^  <^^JLjL& 


— <2A  :  c  k  S  J?  <2.  /*f  IxLzb-ZJbJXXc.  <£g        ^  '  i 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  tea/a 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     //u&^J  3 ' /, 

PROJECT  NO.:  z-£?o,  CONTRACT  AMOUNT:  $  g.^y,  /O 
PRO  J.  NAME:     ^^^^  /r^/,'^^     CONTRACTOR:  £0LZ*2jZ*j£j£.  


LENGTH:   .  FROM  (town):         &c&tkL  ^/Sf 


COUNTY:                Sfif/nerm  / 

AWARD  DATE: 

&- 

CONTRACT  TIME: 

DATE  WORK  STARTED: 

ORDER  TO  PROCEED  DATE:      rfT*3fe» -«'JJ 

PROBABLE  COMPLETION 

DATE: 

sen  -  &  v 

%  COMPLETE:  91 

NO.  DAYS  WORKED  PER 

WEEK: 

%  TIME  USED:  "7J5" 

NO.  SHIFTS  PER  DAY: 

/ 

NO.  MEN  EMPLOYED:         JZ  O 

NO.  HOURS  PER  SHIFT 

•  O 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     ^,  7^    TELEPHONE:   ±  £  ■'  g 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:   57/^^/- 


GENERAL 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ s w/ 22 IF 


DISTRICT:  Missoula 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      August  30,  1984 

PROJECT  NO. :  IR  90-2(73)119   CONTRACT  AMOUNT:    $  2,796,742.94 

PROJ.  NAME:  Clinton  East  and  West  CONTRACTOR:       American  Asphalt,  Inc. 

LENGTH:  15.5  Miles   FROM  (town):  Missoula  

COUNTY:  Missoula,  Granite  AWARD  DATE:       November  7,  1983 


CONTRACT  TIME:  115  WD   DATE  WORK  STARTED:        February  28,  1984 


ORDER  TO  PROCEED  DATE: 

4-16-84 

PROBABLE  COMPLETION 

DATE: 

Aug.  1984 

%  COMPLETE:  99% 

NO.  DAYS  WORKED  PER 

WEEK: 

Various 

%  TIME  USED:  67% 

NO.  SHIFTS  PER  DAY: 

1 

NO.  MEN  EMPLOYED: 

2 

NO.  HOURS  PER  SHIFT 

8 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE 

BY  DISTRICT 

CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    Allan  J.  Dutton  TELEPHONE:   363-4420 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _8_      ADDRESS:       P.O.  Box  328  

Hamilton,  Mt.  59840 


GENERAL:        On  August  1,  1984,  all  O.G.F.C.  operations  were  complete  and  on 

August  14,  1984  striping  operations  were  complete  except  for  the  second  dose 

of  paint  which  will  be  done  sometime  in  September.  

Engineering  crew  consists  of  three  men  in  office  working  on  final 

and  four  men  working  in  Columbia  Falls  on  project. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  Missoula 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       August  30,  1984= 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


IR  90-3(60)135 


Beavertail  East= 


7.6  Miles 


Granite 


CONTRACT  TIME: 


79 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  99% 
%  TIME  USED: 


4-16-84 


63% 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:    $  1 ,422,689.22 
CONTRACTOR:       American  Asphalt,  Inc. 

FROM  (town):  Missoula  

AWARD  DATE:       November  17,  1983 


DATE  WORK  STARTED:  February  28,  1984 
PROBABLE  COMPLETION  DATE:    August  1984 

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      Allan  J.  Dutton  TELEPHONE: 

ADDRESS : 


363-4420 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


3-4 


P.O.  Box  328 


Hamilton,  Mt.  59840 


GENERAL:         No  work  nas  been  done  on  this  project.    Gurney,  Sub-Contractor 
plans  on  re-striping  roadway  sometime  in  September,  1984. 

Three  man  engineering  crew  hasre  been  in  office  working  on  final. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  Af/jS^<,^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      £g!£j&&.  2-?, 


PROJECTNO.:    JT £    c?p  -3  /A  Z. 

PRO  J.  NAME:     &*>*A  CjL    *  >  ^ 

LENGTH :  &  M„s<  

COUNTY :        p„„  * ,  ,  


CONTRACT  AMOUNT:     $    g,  ?.^<,  j,jr<r.  3o 
CONTRACTOR:    Sl^ZI^  Cats* 
FROM  (town):  (SjL£^ 
AWARD  DATE:  /-Jt?-/?*  


CONTRACT  TIME: 


7  Z~  v/.  & 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  9  9 

%  TIME  USED:        /? / 
NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:  7-2o-#<* 

PROJECT  MANAGER:  fi.  £,*«n         TELEPHONE:        <r*9-  6  *<?/ 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _/_       ADDRESS:  Ml££&ud* 


ENERAL:        <Z2&*Tfi,  AC  T  Csos4f>^£7-*E.       w/r/y      y-^yr  £^<r^^7-/^ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/22lF 


DISTRICT:  11 


CONSTRUCTION  PROGRESS  REPORT 


PROJECT  NO. 
PROJ.  NAME: 
LENGTH:  _ 
COUNTY: 


FOR  THE  PERIOD  ENDING: 
F  7-1  (6)  43,  Ul  &  U2 
F  FF  7-1  (2)  46,  U3 
City  Project  43  

Hamilton  South  

3.8  Miles  

Ravalli 


CONTRACT  TIME:     120  Working  Days 


ORDER  TO  PROCEED  DATE:  April  18,  1983 

%  COMPLETE:  99.5  

%  TIME  USED:  96  

NO.  MEN  EMPLOYED:  3 


ACTUAL  COMPLETION  DATE: 


August  31,1984 

CONTRACT  AMOUNT:  $4,350,724.30 
CONTRACTOR:        Peter  Kiewit  Sons'  Co. 
FROM  (town):      Sheridan,  Wyoming 
AWARD  DATE:        February  28.  1983 


DATE  WORK  STARTED: 


3-30-83 


PROBABLE  COMPLETION  DATE:  August  1984 
NO.  DAYS  WORKED  PER  WEEK:  Various 

NO.  SHIFTS  PER  DAY:   1  

NO.  HOURS  PER  SHIFT: 


8 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE :  363-4420 
ADDRESS : 


PROJECT  MANAGER:  Al&an  J.  Dutton 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  3 


Hamilton,  Mont.  59840 


GENERAL :     The  ma.jor  part  of  the  work  this  month  was  done  on  putting  in  some 
approach  pipe  and  perforated  underground  drainage  pipe  where  some  drainage 
problems  occurred.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  /fr^^^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      At/&</<r  24.  /9Sj+ 


PROJECT  NO. :      £r ^  J9-2-(v)jj/ 
PROJ.  NAME:  p„.r**< 

LENGTH :   ^   

COUNTY :  <SjLA*Utt  


CONTRACT  TIME: 


CONTRACT  AMOUNT: 
CONTRACTOR:  J  ^  ^ 

FROM  (town):     A^A^aUZA,    M  7~ 

AWARD  DATE:         ^ -.3^   

DATE  WORK  STARTED:  £-/<r-j?4L  


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  / 0Q 

%  TIME  USED:   


NO.  MEN  EMPLOYED: 


/  7 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


-3 


NO 


ACTUAL  COMPLETION  DATE:    7-27- #4- 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  "/A 

TELEPHONE 
ADDRESS : 


PROJECT  MANAGER:     z/iw  /? 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ^ 


GENERAL:  ^ fp^Tfi-ACT  Cj2£±£u6^*=£.     J  A=,„*  „ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  Ml^ju^LA 


CONSTRUCTION  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:  3-  2  V ' ~<9<?  

PROJECT  NO.:     f           ////$\  S  Z.  CONTRACT  AMOUNT:     $    £  Z/.  3++.3~S~ 

PRO  J.  NAME  -(Zc£AA.  ^/tr/-^  */cr.  CONTRACTOR:     Ari^x /ca*s  /4s/>#a±t^.  -X~^er, 

LENGTH:  — ^—   FROM  (town):  A1,<<o<s*a  

COUNTY:      M/s<s></^*   AWARD  DATE:            7~  £-04-  

CONTRACT  TIME:                  W.  £> .   DATE  WORK  STARTED:  yg<Z. 

ORDER  TO  PROCEED  DATE:      7>-3o  -&+  PROBABLE  COMPLETION  DATE:  S~-/-/?^ 

%  COMPLETE:              Q.S  %   NO.  DAYS  WORKED  PER  WEEK:  / 

%  TIME  USED:              Z  O    %   NO.  SHIFTS  PER  DAY:   /  

NO.  MEN  EMPLOYED:             <4-   NO.  HOURS  PER  SHIFT:   ^  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    z/ajSca/  /?.  TELEPHONE:       £~+9-  A  /  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  M/iscs^*  


GENERAL:  #  x>eL7~  e  jQ       MA  5       <t  a. /  7~#£-  Z&tZ£&£*  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  Af/Jsj/f/^ 

CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING:    s<?ttf# ST_  3/,  /<f#¥ 

PROJECT  NO.:  ^//^ 7/~/Mf-         CONTRACT  AMOUNT:     $  ^ff 

PRO  J.  NAME:  &u/g  &f  L  SgM&tJbfr.  CONTRACTOR:  J^^T^As 

LENGTH :  FROM  (town): 

COUNTY:  s9?/'j5<?uU^  ^  AWARD  DATE:  Z. 

CONTRACT  TIME :       £P  ^rfc/M^kc**  DATE  WORK  STARTED :  j5~-^ 

ORDER  TO  PROCEED  DATE:   S~-J2/^k4         PROBABLE  COMPLETION  DATE:   

%  COMPLETE:  0   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:  %f    NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE:  %-2?>-£r 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  2^2^lMi 
EFFECTIVE  OPENING  DATE:  ///} 

PROJECT  MANAGER:    g,'//  /tfjLAC-^f'           TELEPHONE:  d 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:       /  ADDRESS:  


GENERAL :  V  ^Ug     ^^A^L  <£Sjjfe#&^% 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:        //^?  gT 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  &  - Z^-Rtf 


PROJECT  NO.:  /tf 


PRO  J.  NAME: 

LENGTH :  -  T^ferAf*:  ltf<**t<. 


COUNTY: 


CONTRACT  TIME:  ^?  U/. 

ORDER  TO  PROCEED  DATE:  /0-JZj-&L 

%  COMPLETE:   ^5?  

%  TIME  USED:   


CONTRACT  AMOUNT:  ^^JC 
CONTRACTOR:  6?.  Syr*. 

FROM  (town):   /rf,^^/?  

AWARD  DATE:   <?-3&—  &  2^ 



/ 


DATE  WORK  STARTED: 


NO.  MEN  EMPLOYED: 


J—2*- 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:   ^///n    Oj/t^J^MS  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  2- J  ADDRESS: 


GENERAL 


m/efrj  Art, 

31,  &t/tif.r    «Sc^  r<-*n*Sntnf   $T  c*af*£s&e.  Me- 


ere'i'ZsT  jtrc  j(>/itssf?fr  \Je?/  rtr    si  crater-  /a^rt<J< 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  Missoula 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       August  27,  1984 


RTF  1-2(25)123 
RTF  1-1(20)*»0 

PROJECT  NO.:       RTF  5-3(19)113  CONTRACT  AMOUNT:     $  583.053.00 

PROJ.  NAME:         See  Below   CONTRACTOR:      Glenn  Rehbeln  Excavating.  Inc 

LENGTH :       7  4    2  0    8  0   FROM  (town):       Lino  Lakes,  Mann 

COUNTY:         Lincoln  -  Flathead   AWARD  DATE:         April  30.  1984  

CONTRACT  TIME:       Thru  Septl  1  DATE  WORK  STARTED:       August  7.  1984 

ORDER  TO  PROCEED  DATE:    PROBABLE  COMPLETION  DATE:       Sept.  1.  1984 

%  COMPLETE:  ft 57,   NO.  DAYS  WORKED  PER  WEEK:  5 

%  TIME  USED:  NO.  SHIFTS  PER  DAY:  1 


NO.  MEN  EMPLOYED:         3-24   NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     K    Chrisineer  TELEPHONE:  755-5717  


NO.  OF  ENG.  PERSONNEL  EMPLOYED:      5  ADDRESS:  P.O.  Box  400 


lalispell,  Mt.  59901 


GENERAL :         Rehbein  sealed  LaSalle  Road  on  August  23  and  started  Kalispell- 

 North  on  the  same  date  and  completed  on  August  25,  Plan  is  to  seal  

 Libby  North  &  South  starting  on  August  30.  Striping  will  be  done  as  

 soon  as  the  projects  are  sealed  and  swept    probably  the  end  o*  the  month 

 Earlter  Pack  and  Co. .  Inc    paved  TCalispell  North  starting  on  August, 

 7  and  using  4  days  to  XK  do  the  leveling  and  paving.  

 Rehbein  used  two  crushers    one  in  Kalispell  and  one  in  Libby  to  

 get  the  chips  made  in  the  time  limit   


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


A 


CMS-1A 


DISTRICT:  /^f/^Sa^l6^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  >tf#f' 

CONTRACT  AMOUNT:    $  23.  337-3~# 
CONTRACTOR:    /^^//^  ~C*~- 

FROM  (town):   

AWARD  DATE:        J^Jf/lZ   £,  /1 1 f 


PROJECT  NO.  :     #51  £j  ffijjg  , 

PROJ.  NAME:  ^C/i  /tr$-C  c/'*>\  ^'fJftff 

LENGTH:   

COUNTY:  /-/L./?4. 


CONTRACT  TIME:        /C  3  6(J/)   DATE  WORK  STARTED:  • /jA  ^/f&f 

" '  7-3-$f  PROBABLE  COMPLETION  DATE: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   .3 

%  TIME  USED:  J2-*T^ 
NO.  MEN  EMPLOYED: 


NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:   /fr.Tam &r/n  t  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


ADDRESS:  £*/k**6/'jU  faZ/S 


GENERAL 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 

n 


DISTRICT: 


Missoula 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  8/27/84 


PROJECT  NO.:        F-HES  6-1(26)29 
PRO J.  NAME:      THCMPSQN  FALLS  N.W. 
LENGTH :      16.8  MTT.ES 
COUNTY: 


SANDERS 


CONTRACT  AMOUNT:    $  1.707.943.20 
CONTRACTOR:      GLENN  REHBEIN  EXC.  INC.. 
FROM  (town):      LINO  LAKER.  MINN. 
AWARD  DATE:      JUNE  8.  1984  


CONTRACT  TIME:      90  working  days 


ORDER  TO  PROCEED  DATE 
%  COMPLETE:  90$ 

%  TIME  USED:   

NO.  MEN  EMPLOYED:  45 


July  2t  1984 


DATE  WORK  STARTED:      July  6.  1984 


Jt&l 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


June  5t  1985 
6 


NO 


10 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

_       TELEPHONE:  827-4650  

_11    ADDRESS:       Box  99L  Thompson  Falls 


PROJECT  MANAGER:      Gary  Marin 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


Montana 


GENERAL:        Hot  Plant  began  8/l/84  and  is  now  99%  complete.  

Paving  operations  began  8/2/84  and  is  now  99%  complete.  

Cold  milling  operation  began  on  8/3/81  and  »»s  eapiefcad  on 
8/4/84  now  being  100%  done.  Djgflut  operationa  *egan  on  8/3/84 

and  are  HOW  done.  3/4  In.  and  3 In.  surfacing  operations  hftgan  nn 
7/30/84  and  are  now  100%  complete.  Clearing  is  now  100$  complete. 
Culverts  are  now  100^  complete.  Grew  has  jflQg  nf  the  staking 

done«  Crushing  of  1/2  In.  chips  started  on  8/1  

 Anticipated  date  for  chip  and  seal  being  8/30/8A.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS-14 


DISTRICT:  J^jg&f/jL 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    £"3/^ %/~ 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


CONTRACT  AMOUNT:  $  /  ^7^^^¥'^^ 
CONTRACTOR:  ^foT/f^hl 
FROM  (town): 
AWARD  DATE: 


CONTRACT  TIME:  //£)  //j£> 


DATE  WORK  STARTED:  <^-V&g2 


ORDER  TO  PROCEED  DATE:  $3 

%  COMPLETE:   

%  TIME  USED: 


22. 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 


EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:  /^/if.t/*  /k  £  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS : 


2  2-<?~3<7%7 


GENERAL : 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  Mlsaoula 


CONSTRUCTION  PROGRESS  REPORT 

August  27,  1984 


See  Below 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:        18.1    5.0  12.0 
COUNTY: 


FOR  THE  PERIOD  ENDING: 
RTF  ?5-l(4).? 
RTF  ^6-1(1)0 
RTF  5-2(26)67 


Mineral-Lake- Sanders 


CONTRACT  AMOUNT:     $      470  50^.30 
CONTRACTOR:    Clenn  Rehbein  Excavating.  Inc. 

FROM  (town):        Lino  Lakes,  Mn.  

AWARD  DATE: 


April  ?0,  1984 


CONTRACT  TIME: 


Thru  Septl  1 


DATE  WORK  STARTED: 


July  27,  1984 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   5JT 

%  TIME  USED: 


NO.  MEN  EMPLOYED: 


8-26 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


Sept.  1  1984 
1-5 


11 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      K.  Chris inger  TELEPHONE:   

5         ADDRESS : 


755-5717 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


P.O.  Box  400 


Kalispell,  Mt.  59901 


GENERAL :           Contractor  seal  coated  Poison  -  Elmo  on  August  1?,  14  &  15  and 
Plains  -  Northeast  on  August  25.  Plan  on  starting  the  St.  Regis  road  on 
August  28  and  completing  on  the  29th.  Striped  Elmo  on  August  17,  and  will 
probably  stripe  the  two  remaining  jobs  toward  the  end  of  the  month  


*  St    Regis  Cutoff 
Plains-Northeast 
— Poison "Elmo  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  AUSSOt/Lrt 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING 


PROJECT  NO. :  /g^/j  -/  Csl  /  CONTRACT  AMOUNT:     $Q  Z^B 

PROJ.  NAME  :CoL.  /?#/JLs  -  <fT  ^od  CONTRACTOR:   ?1z/-Srft7Z  doA^S^ 

LENGTH:         ^<  3    S*?  t  /     <:   FROM  (town)  :  >&--//./s*i/*aVg  tdrtS// 

COUNTY:  s^/CrtTTtii?*? O   AWARD  DATE:        <?- A3  

CONTRACT  TIME:       /sZO   cJ.  £> .  DATE  WORK  STARTED:        JZ-/- &V 

ORDER  TO  PROCEED  DATE:  /Q-Z</  &&  PROBABLE  COMPLETION  DATE:  / 9<9> 

%  COMPLETE:  80   NO.  DAYS  WORKED  PER  WEEK: 

%  TIME  USED:   £2   NO.  SHIFTS  PER  DAY:   


NO.  MEN  EMPLOYED:   NO.  HOURS  PER  SHIFT:       So  ///ZS 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 


PROJECT  MANAGER:    ^  /?/^/6s9/.tJ^         TELEPHONE:      <392.  -  3967  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    ADDRESS:         &QyC  ^OO  

GENERAL:     /      "  &g&r  A>jL*C^£>  ha/  S&o  9b  flgf 

)*lJr    /v<r  /?/?p/zn*.  -75  7*  a^^LfTt,  77?*= -  Coasts? c7ozz. 
^c/n-  fW/Tz^c  for^  -  /?*i//a/£>   <s7?if^r^:o  /=>9V/s/Z> 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


DISTRICT:  Missoula 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        August  27,  1984 


PROJECT  NO. : 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


BPS  548-1HU 


West  Reserve  Drive 


0.8  Miles 


Flathead 


CONTRACT  TIME: 


150  Work  Davs 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  99 
%  TIME  USED: 


8-2-8*1 


10? 


NO.  MEN  EMPLOYED: 


1-10 


CONTRACT  AMOUNT: 

CONTRACTOR:   

FROM  (town): 
AWARD  DATE: 


$      1  52?  16?. 22 
Kclntyre  Construction  Co, 
Creat  Falls  

July  11,  198^  


DATE  WORK  STARTED: 
PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


August  1.  198? 


October  1984 
5 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

_       TELEPHONE : 
^         ADDRESS : 


PROJECT  MANAGER:  K.  Chrlslnger 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


755-5717 


P.O.  Box  400 


Kallspell.  Mt. 


GENERAL :  Mclntyre  Construction  Co.  spent  most  of  the  month  building 
 dirt  walkway  and  cleanup.  

 Frank  Purney  finished  signing  and  guard  rail  an  August  1, 

 Pack  &.  Co      sealed  the  project  on  August  14,  and  15. 

 Paint  striping  will  be  done  around  the  end  of  September. 


 Remaining  work  consists  of  minor  cleanup  and  Feeding  to  be 

done  later  in  the  fall  as  per  the  specifications.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  Alt 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  2/-^y  

PROJECT  NO.:    FA  24-/^/^)3  2-  DATE  SURVEY  AUTHORIZED:     &  $ 

PRO  J.  NAME:  ^l^^w^^vr^  c/ct.  £+±r  DATE  WORK  STARTED:         /~3 /-  <&  *~ 

LENGTH:  /Z.  0    /yl/^/Tj;   ESTIMATED  COMPLETION  DATE:     //-  3^ 

DATE  SUBMITTED  TO  DISTRICT: 

PROJECT  MANAGER:    ^/a^c*/  TELEPHONE:  -   

NO.  PERSONNEL  ASSIGNED:  £  %  COMPLETE:   *f  O  %  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/22 IE 


DISTRICT:  Butte 


DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

NEXT 
MILE- 
STONE 

M-HRS 
USED 
THIS 
REPORT 
PVR  t  fin 

% 

COMP 

EST 

COMP 

DATE 

S  278-1(143 
Jackson- 'o. 

PMS  Overlay  & 
Widening 

/ Xrj 

&0 

/O/ 

M_02_9(_  ______ 

Anaconda  Streets 

Overlay,  Grading  &  

Drainage 

fh-u 

O 

O  A. 

f  55-3(3)12  

Legion  Ave .  -  Whitehall 

— "alnage 

rJ-  n 

O 

F  86-l(!5!)3 

Br  idger~£ lariyon  "KbacT 

Slide  Correction 

— Recbnst ruction  ~ 

PTH 

S) 

F  47-1(1)0 

An  a  c  0  n  d  a -Wa rm  Springs 

PMS  Overlay 

Prri 

OU 

% 

F  29-1(10)43 
Twin  Bridges  No. 

PMS  Overlay  & 
Widening 

r-Ln 

c  J 

s>  1 

fcf- 

F  50-2(14)55 
Gallatin  Canyon  Road 

PMS  Overlay  & 
Digouts 

r-J-rt 

G>  T 

DO 

/Sf 

F_85_l(_0 

Jack  Rabbit  Lane 

EMS  .Overlay*,  G_ding  L 
Widening 

crru 
r-J-n 

jA.n 
/TV 

ry 

/o/ 
'84- 

FR  8-4(9)99 
Three  Forks  No4 

PMS  Overlay  & 
Wideninc 

rJ-n 

O 

F  69-1(2)10 
Boulder-Whitehall 

PMS  Overlay  & 
Widening 

r -J-'i 

1/ 

'87 

M_18_5(_  _____ 

Holmes  Avenue  -  Butte 

Grading ,  Grave_Surf .__ 
PMS  Overlay 

PXH 

_18_5(li  _____ 
Elizabeth  Warren  -  Butte 

£ra  _ig_Gr_/e_Suif . 
PMS  Overlay 

PTH 

M  0299(4)  U2 
„  Anaconda  Streets 

Overlay,  Grading  & 
Drainaee 

IR  90-5(45)256 
,_„__!  East  

Overlay,  Guardrail  & 

IR  90-6(45)307 

Bozeman  No.  Side  &  East 

PMS  Overlay  & 
Guardrail 

D*S> 

/3ff 

eo 

Vst 

ST301/vf 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221D 


DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  P^l^ls^ 


L  SWJsJ £j V>  1    11  Ul  JLDJjR.    C£    11 rM  UL 

nFCPBTDTTnw 
UtaLKlr  .1 1UN 

NEXT 
MILE- 
STONE 

M-HRS 

USED 

THIS 

REPORT 

PERIOD 

% 

COMP 

EST 

COMP 

DATE 

IR  15^2(51)117  _ 

"UA  LUll     J.U  L  •      i.*  (J  «      Of     Lab  L. 

PMS  Overlay  & 

// 

z 

A. — 

/(if  ±> 

IR  15^1(7.2)17   _   _   _  _ 
l  ima—  Ke  a  ko c  k 

PMS  Overlay _&   _    _  _ 
Guardrail 

u 

1 

%& 

tk  15-2(52)12^    ■ 

Fence  Rehab. 

prri 

IR  15-2(50)93 

Melrose  "ThtT~~No7~  Ifr .  Hitch" 

Ditch  Rehab. 

Fin 

CJ 

IR  90-5(47)240 
WTTiteTiair  West 

PMS  Overlay  & 

C^t  i  o  T*  rl  t"  a  "f  1 

PXH 

I 
/ 

IR  1531(73)38  _ 

Dnn1r    Tnf-       M  r-. 
I^cU    l\OCr_    XUU  «     iNO  « 

PMS  Overlay _& 
Guardrail 

AD 

ST301/vf 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221D 


DISTRICT:    <g^7^  Z/3Q 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO. : 
PROJ.  NAME:  /g^gg 
LENGTH: 
COUNTY: 


CONTRACT  TIME: 


CONTRACT  AMOUNT:     $   M  <*>  O 

CONTRACTOR:  CL<^>\sd> U.chrt 

FROM  (town):  x&^^.-^ 

AWARD  DATE:        Z  'X'j  -£4  

DATE  WORK  STARTED:  Z4-  zJLlt 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  [Do 
%  TIME  USED:        ?&.  & 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE:   

NO.  DAYS  WORKED  PER  WEEK:  &_ 
NO.  SHIFTS  PER  DAY:  / 
NO.  HOURS  PER  SHIFT: 


At. 


ACTUAL  COMPLETION  DATE:  I7i^84- 


EFFECTIVE  OPENING  DATE:  /  7 

PROJECT  MANAGER:  X^u/~   (I    )3lvc&//  TELEPHONE:      7#Z  - 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


ADDRESS:      X?  ^    ^  x   3*6  j 


finite../}?*  5-17*% 


GENERAL:     Q 4„ 

III 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  &7^TE 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  t^V 


PROJECT  NO.:    /=  (/t>)XE 
PROJ.  NAME:    ^S TfiJ>J - ShuT+J 
LENGTH :  y#,j5  ^ 

COUNTY :  As?#S?DU;s>T£/^ 


CONTRACT  AMOUNT:     $  /,  jgo  f&S 
CONTRACTOR:                  a/               ,  //JC, 
FROM  (town):     /&SSg&/^  yf/yr 
AWARD  DATE:   ^-Ji*?-^  


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE:    4-/6 -£4 

%  COMPLETE:  

%  TIME  USED:  

NO.  MEN  EMPLOYED:  ~ 


DATE  WORK  STARTED:   

PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:  ^^£aggg: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE : 
ADDRESS: 


PROJECT  MANAGER:  y?,  yf^TASJ^ 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


77 


GENERAL: 


/vA/y?L  DyiTy)   /jt  ✓//   Dj^t-a^t  .  y^vr 


7^ 


 Z~7~    /J   £~S~Sst^?7Z50    -7Zi*T  /^4>Z   D^~y)  AJsLJ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


2  7 


DISTRICT:  jtfvrT£ 


CONSTRUCTION  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:  8~3o~^ 
RTF  ll-/(so)t> 

PROJECT  NO.  :  ^7  CONTRACT  AMOUNT:     $  99#.76£>,J5Q 

PROJ.  NAME:    ^sS>  3srs}J.£>   CONTRACTOR:  £l£M  /?£MBEjM  £^ jj^C. 

LENGTH :  7.?    FROM  (town):  &atg&S/j£ML  

COUNTY:  L  4?  £k&?  AWARD  DATE:  V-J^-^V  

CONTRACT  TIME:  &^£%Jl£&£4M£!ML  Date)  DATE  WORK  STARTED:  jT-JZ-^ 

ORDER  TO  PROCEED  DATE:    SJ%£>£Pff*.  /  PROBABLE  COMPLETION  DATE:  ~ 

%  COMPLETE:   NO.  DAYS  WORKED  PER  WEEK:  ~ 

%  TIME  USED:   ~   NO.  SHIFTS  PER  DAY:   ~- 

NO.  MEN  EMPLOYED:   2l_  NO.  HOURS  PER  SHIFT:   ~ 

ACTUAL  COMPLETION  DATE:  S-J-tf'/ 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  8 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       /?.  S/—7-&A/  TELEPHONE:       ^~<?<Z  -^5~^  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    ADDRESS:  A)K  ///£>  

GENERAL:    /^}L   D/}?*}    SJS   /A/  VjjS77?JCT 

 ^  t*.  &a&*&Lz&£.  i2&iiL  £tml         w/ll  be  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  /fl>TT£. 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        g-3t>  -JV 

PROJECT  NO.:         /3~j(3)X*/   CONTRACT  AMOUNT:     %  3^71.3^3'^ 7 

PRO  J.  NAME:  a^fl^gg^  -  JS>/y77y  CONTRACTOR:    JyAf  tTsAASM  S-'x^ 

LENGTH :   y/ts~  A/>.   FROM  (town):  S&rTJT.   

COUNTY:  /*7*?Z>JSoa/   AWARD  DATE:  -,-PV  

CONTRACT  TIME:  y^o  MZD.  DATE  WORK  STARTED:  V- 

ORDER  TO  PROCEED  DATE:    ^-/^^y  PROBABLE  COMPLETION  DATE:  7-/ 

%  COMPLETE:    NO.  DAYS  WORKED  PER  WEEK:  S~ 

%  TIME  USED:  *T<?   NO.  SHIFTS  PER  DAY:   ^ 

NO.  MEN  EMPLOYED:  NO.  HOURS  PER  SHIFT:   g 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     S#Vy£&e  TELEPHONE:  -  ^o^/  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:      8_  ADDRESS:  ^SV,  /^fZ/X  


GENERAL:     A^>S?JC  ^aJS/ST/Z£>  <£k/?K£?L     &  £s9*THU>0jei< 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  ButTE. 


CONSTRUCTION  PROGRESS  REPORT 


PROJECT  NO 
PROJ.  NAME 
LENGTH: 
COUNTY: 


FOR  THE  PERIOD  ENDING: 


CONTRACT  TIME:  cZ^O  M £>. 


ORDER  TO  PROCEED  DATE:  -j^Z. 

%  COMPLETE:   

%  TIME  USED: 
NO.  MEN  EMPLOYED: 


CONTRACT  AMOUNT: 
CONTRACTOR:    ^gy^'js  .  . 


$  7.977,  4*0.  SO 


FROM  (town): 
AWARD  DATE: 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:       ~7- 6  -<?V 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  V-^^-^P^ 

PROJECT  MANAGER:   U/Af  /^yV/V  TELEPHONE:  -jT^J"^ 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ~ 


ADDRESS : 


GENERAL :  Z>7>?    ^£  .  Y&ST  +/tELf=sJ/?  8-30-^. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:    213©  Httte 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       A«g«st  29.  19t4 


PROJECT  NO.:  115-3(42)150  Ul 
PROJ.  NAME:       lernice  —  lari.ii 

LENGTH:  0,07  Miles  

COUNTY:  Jefferson 


CONTRACT  TIME:      120  working  darn 


ORDER  TO  PROCEED  DATE:    Oct.  30,  19*3 

%  COMPLETE:  99  

%  TIME  USED:  7»  

NO.  MEN  EMPLOYED:   

ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:    $  917.tl5.90  

CONTRACTOR:     Mclntyre  Construction  Co. 
FROM  (town):       Great  Falls.  Montana 
AWARD  DATE:      Sept.  20.  191"? 

DATE  WORK  STARTED: 


NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       Kobert  Gilaan 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  2 


Oct. 

20.  19*1 

DATE: 

A«g»st  31, 

WEEK: 

5 

1 

t 

TELEPHONE : 
ADDRESS : 


225  37t« 


P.O.  iox  llg 


Basin,  Montana 


GENERAL:     Progress  dmring  the  Month  has  been  fair.  The  project  is  complete 
except  for  some  Minor  repair  work  and  clean-up.  All  items  are  complete 
excepfefor  concrete  (99%)  and  work  bridges  (72.5   


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS- 14 


DISTRICT:     gJLM  .  Rn„, 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         bugwt  ^,  io«a 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


115-3(42)150  U-2 
Bernlce  -  Basin 
 0,05  miles  

 Jpffprsnn  


CONTRACT  TIME:      1?n  working  days 


CONTRACT  AMOUNT:     $  665fQ81.48  

CONTRACTOR :       Cop  Construction  Co„ 
FROM  (town):      Billings,  Montana  59104 

AWARD  DATE:         ApT.n  ^   

DATE  WORK  STARTED:      Tlinp  7^  iqs& 


ORDER  TO  PROCEED  DATE:     May  29 r  J.984 

%  COMPLETE:  54  

%  TIME  USED:  _$q  


NO.  MEN  EMPLOYED: 


11 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


Oct.  1984 

5 

 ]  


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     a.*.ni4  a    U4.k«  TELEPHONE: 

ADDRESS : 


Harold  A.  Wlehp 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  6 


225=3262 


P.O.  Box  118 


laaicLf  Mnntara  59631 


GENERAL :         DuavL  Structures  at  Station  ;  934+00,00:  Set  Structural  Steel  

flirders  for  the  nort  and  southbound  structures.  Also  formed,   placed  and  tied 
Reinforcing  Steel  and  Class  AD  Concrete  for  bents  no.   1  &  ftnorth  and  south- 
hnnnH  h«r»1rTja  11  g ,  The  contractor  is  also,    forming  base  of  deck  for  spans  no.  1, 
7  and  3  north  and  southbound.  Dnal  Structures  at  Station  1208-i-QO.QO:  Set  

structural  Steel  for  both  structures.  

Pereertcomplete  for  items  ^re  as  follows:  Structure  Excavation  Type  T  95%: 
Concrete  Class  AD  91%;  Reinforcing  Steel  46%;  Structural  Steel  957,  and  Bridge 
Survey  Controls  70%.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  2130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      August  30,  1984 


PROJECT  NO. : 

1-15-3  (42)  150  U-3 

CONTRACT  AMOUNT:     $  13,569,729.92 

PRO J.  NAME: 

Bernice-Basin 

CONTRACTOR:      Sletten  Const.  Co. 

LENGTH: 

6.9  Miles 

FROM  (town):    Great  Falls, 

Mont. 

COUNTY: 

.Ipffprsnn 

AWARD  DATE:  4-30-84 

CONTRACT  TIME: 

PRO  Working  Davs 

DATE  WORK  STARTED:  5-29 

-84 

ORDER  TO  PROCEED  DATE:  s_76_84 

PROBABLE  COMPLETION  DATE: 

11-1-85 

%  COMPLETE: 

15 

NO.  DAYS  WORKED  PER  WEEK: 

5 

%  TIME  USED: 

21 

NO.  SHIFTS  PER  DAY: 

2 

NO.  MEN  EMPLOYED:  70 

NO.  HOURS  PER  SHIFT: 

9 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED 

COMPLETE  BY  DISTRICT 

CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       William  G.  Bork         TELEPHONE:  225-3692 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _10       ADDRESS:  Basin,  Mont. 

Box  118 


GENERAL: 


Rlattnftr  r.nn.Qf.  r.o.  has  been  moving  dirt  &  rock  in  several  different 
areas  on  the  project. 

Abcon  Const,  has  been  drilling  6c  shooting  on  cuts  908  &  1108 
24  Hrs.  a  day. 

O'Neill  Const,  has  been  installing  pipe  throut  the  projert-.  

Northwest  Fence  has  been  fencing  on  the  south  PnH  of  rh«  project 
Swan  &  Sons  have  been  clearing  &  Grubhing  &  Wnino  afigftral  areas 

Rainbow  Const,  has  been  doing  the  sign  moves.  

Sletten  has  been  crushing  1%"  &  O.G.F.C.  at  Carlson  pit.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:     2130  -  Butte 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  8-31-84 


PROJECT  NO. : 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


T1 --1(4?) 110  U-3 
fler  ice  -  B~si'i 

0-33  mil ps  


■Tef  ferso 


CONTRACT  TIME: 


260  worki  ?.  deys 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  ?7 
%  TIME  USED:  ?s 
NO.  MEN  EMPLOYED:  ?q 


Mr/  ?9,  1984 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:  $  ?  ynn^no.^Q 
CONTRACTOR:     siotte-  Ponct-T.^Mr,, 


FROM  (town):    r:rpaf  vriig  Mo,.t-ana 

AWARD  DATE:      Anr< i  ™,   


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


Wnvpmhpr  IQft^ 

 5  

 1  


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    uarn-\*  A    u,'Bhfl  TELEPHONE: 

ADDRESS : 


Harold  A.  Miphp 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


P.O.   Box  118 


Basi 


Mo  fa  a  5l2_3_L 


GENERAL :        Structure   UPar  Sl-.iMor    Q£A4-ftn-    Spf    ^D'    prpcl-rpgtoH   Bn1h-T>e  B°?m" 
ar.dGuard  Rati.  Dial  Structures  at  Station  944+80.00:  Set  9^'  Prestressed 
Tvpp  TV  Beanis  for  both  the     orth  and  southbound  structures  i'.e,   ie  also  form- 
ir?  backwalls  a-H  diaphragms.  Dual  Structures  at  Station  1159+50. OQ:  Placed, 


Mpo  Rpf -'forM  hp  Steel,  Ennxv  Coated  Reirforci- g  Steel  and  Class  BP  Corcrete 

for  bot     t'-e  ^ort'i  a.d  ro^thbou-id  decks.  Structurp  at  Stfittor;  ^9 1 . r""1 :  P1acpd 

ad  tied  Reinforcing  Steel   a-J  Class  BO  Concrete  for  both  the  deck  a-d  barriers. 

Dual  Struct  res  at  Station  1173+9^.  7fi:Completed  djcJjglog  f  p  HE1&S23  Pile 

ar.d  20"xV  Steel  Pip3  Pile   for  bot.  Structures     Also,    fnrmpd,    H^d  "nd  piare^ 

R°i  forcio^  ^teel   and  Class  AT)  Oo-crete  for  Bent  Kg.   2   CHJELj   pros shp.-ims  .  

Structure   at   Station   75'-?.0:   Formpd   tied  a"d  nlarpd  Rpi  -fnrn'  ■- <t  ctpp1    -pd  Plaqg 

BO  Co-terete  for  both  the  deck  a"d  barripr  ran.   Perre-r  romolpi-p   fn-  <f°m<;  are 

ss  folio"":  structure  Pxr*v»tior  •"Vp*  t  75T;HP14y73  pile  Fur-.  r- -V*; HP  14- 7 3  Pit-* 
"rive  Steel  Pip"  Pile  Fur  -.   53T;20,V%"  Steel  Pi«°  Pile  Drive  A 3°'  • 

Pei^forci-cr  ^tpe1  l9vtjReir  for  c.ir.e  Steel  Epcxv  Co?t«d  11°' ;  ""->crete  Class   \t>  is0!'; 


Jonorete  n'?ion  bo  IP"'; 'reft. 


r>3  17  Beamf 


°5 '  T  T"p  I* 


?r»f  t .  'n  'T-rpe  ',  Yearns  IT^'^reet  <>0,iv»',b-t,«?  l°^'^«T,irtui--1  .fte^1  ' -"o-k  rri',o 
DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 

YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT: 


7T* 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      /jae.  '9*4 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 
COUNTY: 


21  ,S-  3ftSJ 


7  <T  AJ<**~s 


CONTRACT  AMOUNT:     $  /C,  33'.  tS/> 
CONTRACTOR:     I^am^c   gv  TT^.. 
FROM  (town):      M*M*J!*JL+  *?T< 
AWARD  DATE: 


CONTRACT  TIME:     3.3*  *^ej>*,^6  O/tr-r 
ORDER  TO  PROCEED  DATE:     CH,*/ jo 

%  COMPLETE:  o  

%  TIME  USED: 


7.  7 


NO .  MEN  EMPLOYED : /h*  /S 


DATE  WORK  STARTED:     /fitter  7 
PROBABLE  COMPLETION  DATE:     sspr,  /J£t> 

NO.  DAYS  WORKED  PER  WEEK:  jT  

NO.  SHIFTS  PER  DAY:  /  

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:  TELEPHONE 

ADDRESS:     j.?3  ?  /?~>^r 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


Burr*,     ssfr,  £~?7»*~J°i>r 


GENERAL:  fa/As,/ 


6  ft  


TO 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:     2130  (lutte) 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       Sept.  1,  jgjfc 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


115-3(43)143 


Ilk  Park  North 


Jefferson 


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   0 

%  TIME  USED: 


0 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:  $  

CONTRACTOR :     Cop  Construction  Co.  (sub-contractor ) 

FROM  (town):     Millings,  Mt.  

AWARD  DATE:   

DATE  WORK  STARTED:  t/23/84  ( structures) 

PROBABLE  COMPLETION  DATE:   

NO.  DAYS  WORKED  PER  WEEK:  _3  

NO.  SHIFTS  PER  DAY:   1  

NO.  HOURS  PER  SHIFT:  t 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     Robert  GiiLman  TELEPHONE: 

stuetures  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     2  ADDRESS: 


225  3788 


P.O.  lox  118 
lasin,  Mt. 


GENERAL :     Work  has  begun  on  a  part  time  bases,  on  the  structures  oyer 

 Hson  Creek.  I  teas  are  as  follows:  reinforcing  steel  388  lbs.; 

concrete  5»0  cu.  yds.;  traffic  control-devices  474.0  units; 

 bridge  surrey  controls  Q.3»  of  1»  su».  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  CButfe 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  g-5o-84 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 
COUNTY: 


erspyn 


IIS 


CONTRACT  AMOUNT: 


)//e.s 


$  3;S8B;  ooS.43 
CONTRACTOR:     Amsr,r„n   AspLl+}  Tv>r 
FROM  (town):      fjlhSQuL  j  H±t 
AWARD  DATE:         Z~Z^  -B4-  


CONTRACT  TIME: 


too  ki.  7). 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:  -4-/£-g4- 

1  COMPLETE:   ^/  

%  TIME  USED:   S3  

NO.  MEN  EMPLOYED:  S  <e> 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 
NO.  SHIFTS  PER  DAY:  /    d  Z 

NO.  HOURS  PER  SHIFT 


Jo-Si  -  B4 
S 


ACTUAL  COMPLETION  DATE: 


8yo 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      JU/  CE>€?ttle.         TELEPHONE:  -4-<4<4  -  £33B 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     //        ADDRESS:  "Z~lQl 


GENERAL :       Coryfrajor  Crush  m9    <*„J  sj^LfuLof  fiL^t 


Tnafer/a^l  on  double  sh/fT.'  L^ro^K  ^e>o , 
August  4>.  Col  J   Milling   k>clS     b&?uvn    oy\  I 

ofcktl  cm  8-/5-84-.  ^PL^y  jjg  <LnU 

O yi    OYi     &-  2c?  ~~fi4.     *7ci  c// r7{?  ODeratfortS 


double 


JS(?<^/s nj~  Completed  on 
8-&-S4-  and  Com  — 


be^un  or>  S~2o  -fi4.  -retain 
h&otzn   id  qui  no    /~annt>5>  on 


 operations 

-84. 


i  uel  uj 


began  ^/Dauinj    /~a  nnps 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


CMS-14 


DISTRICT: 


Butte 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 

IR  15-4(55)200  & 
PROJECT  NO.:   IR  15-4(59)217  

Helena-North,  Wlf  Crk  Can. 


8/29/84 


PRO J.  NAME 
LENGTH: 
COUNTY: 


28.7  Miles 


Lewis  and  Clark 


CONTRACT  AMOUNT:     $  3,988,151  

CONTRACTOR:       Hilde  Const.  Co.,  Inc. 
FROM  (town): 
AWARD  DATE: 


Great  Falls ,  Montana 


5/31/83 


CONTRACT  TIME: 


124  Working  Days 


DATE  WORK  STARTED: 


8/3/83 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   99_ 

%  TIME  USED: 


6/23/83 


99 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE:  9/10/84 
NO.  DAYS  WORKED  PER  WEEK:  6 

NO.  SHIFTS  PER  DAY:   1 

NO.  HOURS  PER  SHIFT:  10 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:        A.G.  Reather  TELEPHONE:       (406)  444-6326 

9  ADDRESS: 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


2701  Prospect  Avenue 
Helena,  Montana  


GENERAL :   Project  is  now  complete  except  for  second  coat  of  Epoxy  paint 

Which  is  now  being  applied.  Final  notes,  quantities  and  supporting  data 
is  being  compiled  in  the  field  office.    Notes  will  be  forwarded  to  Butte 

 lipnn  rnmpl  Ptinn  ,  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       g-  5o  -  84 


PROJECT  NO.:  KLlS-^o\l9o 

Zfe-PPerSon  da.  Line.  JVo. 
jO.<-  miles. 


PRO J.  NAME 
LENGTH 
COUNTY 


CONTRACT  AMOUNT:     $    2. .  £9 /;  / Q3 . So 
CONTRACTOR:    ^^3S  Ja  »d  4  Q}  Inc. 

FROM  (town):         '^Billi^S.  Aft 


AWARD  DATE: 


/  -  3o  -  &>4- 


CONTRACT  TIME: 


SO  J) a  aS 


DATE  WORK  STARTED: 


3-9  -84- 


ORDER  TO  PROCEED  DATE:  -  9A 

%  COMPLETE:  99.9 
%  TIME  USED: 
NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


& 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 


PROJECT  MANAGER:    177 U/  ^Beitl*- 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  // 


GENERAL: 


TELEPHONE : 
ADDRESS : 


tieh„^  Aft: 


Gcui-rd rou I   uoorlc     cZomp leiej  on    8-Q-B4-.  All 

po-"& — -strtp/ncj  C*>mp/<tfe.d   nr\    -main/me..      O-^/u  u>s>r-L 

remain  ir^j  AS    Second     (Laqf'    o?   jsfripirsa    on  -rt^a 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  /?i/7~T£ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  3Q-&H 


PROJECT  NO. 

PROJ.  NAME:  P/IU/J -t£s*J 

LENGTH :         gL3  ^  

COUNTY:  <dk&jS&J&&±  ?A6?Z>jLX>a/ 
CONTRACT  TIME:  7&  A<Z>. 

ORDER  TO  PROCEED  DATE:    -^-3c  -JV 

%  COMPLETE:   £^  

%  TIME  USED:   

NO.  MEN  EMPLOYED:   J_  

ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  |*gZ  J*3,  jS~ 
CONTRACTOR:  £tnLTAUSC/i  <5>A/<rT.  /t/C. 
FROM  (town) : 
AWARD  DATE: 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


/ 

/0 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  ^^/^esLes?  TELEPHONE:        <£&3~  6- 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:      7  ADDRESS: 


/?0,  J3«* 


GENERAL :  Ts*M *    /^^£  j4f/tf£>X.  9^%  toS/f^ZE , 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  8  -  3©  -  8  4- 


PROJECTNO.:     HSS,    STQ -Z.Qs)>  6 7 
PRO  J.  NAME:    Uj.  £<^<*  of  gpt^^ 

LENGTH :  O.O  n^J^  

COUNTY:  eg,  T;r^  

CONTRACT  TIME:  uj.  Z>AM 

ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  4-g 
%  TIME  USED: 
NO.  MEN  EMPLOYED: 


$ 


13,  jS-g.  oo 


CONTRACT  AMOUNT: 

CONTRACTOR:    MtD^^b  S^^rrZ/<.  Cp 

FROM  (town):     Billing  Mi  &9;o</ 
AWARD  DATE: 


DATE  WORK  STARTED: 


11-8 -S3 


IO-2.4--S3 


JL 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK:  _ 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT:   


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  XJTrr>*J  TELEPHONE: 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     r-  ADDRESS: 


Qok.  hlo 


GENERAL: 


all  .  ' 


OcrLk 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  f&zr^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  g/3& 


PROJECT  NO.:  >=>^c-<V - //Sr )? 

PROJ.  NAME:  j£>  

LENGTH :  7.  2  mjj^  

COUNTY:  J&?*>*  


CONTRACT  AMOUNT:  $  ^       7 ggT 

CONTRACTOR:  ^*~*^»~^ 

FROM  (town):  duXtiSL  

AWARD  DATE: 


CONTRACT  TIME: 


DATE  WORK  STARTED 


ORDER  TO  PROCEED  DATE:  r/^/r3 

%  COMPLETE:  

%  TIME  USED:  S7  

NO.  MEN  EMPLOYED:  i/a,J^j> 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


 £L  


NO 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

TELEPHONE: 
ADDRESS:  ^A 


PROJECT  MANAGER: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL: 


/ 


&Z?fj6r    /£u^s&~     si  filter  4><!  ~7*U/G  rft< As  J  'jL — 


JL 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 221F 


DISTRICT:  ^5V^^ 


CONSTRUCTION  PROGRESS  REPORT 


PROJECT  NO. : 


FOR  THE  PERIOD  ENDING: 


PRO  J.  NAME:   ^J^f  ^o^tr  S&syrW 
LENGTH: 
COUNTY: 


^2  srs^^s 


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   g  pj  ^ 

%  TIME  USED: 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $   "gg^g  <&9.  9S~ 

CONTRACTOR:   

FROM  (town):  y^^^y^  

AWARD  DATE:  ^/^X  //;  S&f  ? 

DATE  WORK  STARTED:    AU'4r4/*7r3,S  S9J?T-  J**** 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 


PROJECT  MANAGER:  ^gggg TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:     2  ADDRESS: 


GENERAL: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  &l/77~z=~ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  &~3o-&4- 


PROJECT  NO.:     Qe.F-H^S    6(>-iC~>)l       CONTRACT  AMOUNT:     $  S(,8  S"3~7.  9<f 


PROJ.  NAME:     B^x^r-  j  Pr^<j  CONTRACTOR:      Lon^     <2e~r>*  fejBCj^ga 

LENGTH:  o.  4-    FROM  (town):      Bdz^ra^   fgA  5^9  7*  J 

COUNTY:         &ACjL*t-//J   AWARD  DATE:  8-ZJ.-S3  

CONTRACT  TIME:        / IQ  W>,OAVs  DATE  WORK  STARTED:       J-? -8 3  

ORDER  TO  PROCEED  DATE:  PROBABLE  COMPLETION  DATE:       9-  /£~-<S¥- 

%  COMPLETE:    NO.  DAYS  WORKED  PER  WEEK:  0-2. 

%  TIME  USED:    NO.  SHIFTS  PER  DAY:  g  


NO.  MEN  EMPLOYED:        0-  y   NO.  HOURS  PER  SHIFT:  8 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     Ct.A.  £./77?><d  TELEPHONE:     STf  <,  -  9s~C 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _3_       ADDRESS:        P.O    gox    U its  


^7- 


GENERAL:      ^Sm^rgVe.    mm  &a C£ZtA  "    Cv*-&  ^dJ^<-^  S^-         ,  ^^s&C^j 


 <S=-*z/srt*  /J!  </<m 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  Butte 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       August  30,  1984 


PROJECT  NO 
PROJ.  NAME 
LENGTH: 
COUNTY: 


JR  90-4(37)230 
Homestake  Pass  K  &  V 
9.7  Miles 


Jefferson  &  Silver  Bow 
CONTRACT  TIME:    90  days  +  8  CO. 


ORDER  TO  PROCEED  DATE:  4/16/84 

%  COMPLETE:   22£  

%  TIME  USED:  67%  

NO.  MEN  EMPLOYED: 


48 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:    $  3.591.397.20 
CONTRACTOR:       Jim  Gilman  Exc. .  Inc. 

FROM  (town):      Butte,  Montana  

AWARD  DATE:  .Tan.  ^  TQA/, 


DATE  WORK  STARTED:      March  21.  1984 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


10/84 


12  Avg. 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     r.t.  Wilson  TELEPHONE: 

ADDRESS: 


494=3224 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  8 


Box  3068 


Butte.  Montana  59701 


GENERAL: 


Jim  Gilman  Excavating,  Inc.  r.ompl  gtpd  plant,  miv  np0yat.jnns  on 


August  27,  1984.  Q.G.F.C.  is  currently  being  placed  on  oasthonnd  r-nodw^ 

with  completion  of  maiiiline  scheduled  for  August  30,  ]984-  ?/4"  n.T.s.  

shoulder  gravel  is  stiJI  being  planed.  r.rPwa  aT>p  doing  &  oan-Mp  mr-i,  al^ng 

roadway  shoulders.  

 Lill  Construction  Company  completed  resetting  mpdian  ra,il  nr  A"g"?t  17,  1984. 

Attenuates  are  being  excavated  for.  The  first  two  footing  ponr^  nn  jtugust 
30,  1984.  Median  delineators  are  being  placed  on  the  median  rail.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  ^J'O 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 

PROJECT  NO.:    s&-#>  -&^&)^>SO  CONTRACT  AMOUNT:     $  ^///5 

PROJ.  NAME:  /g^/J^X/A^C  ^jSOz^^  CONTRACTOR:     ^t^^r^^J^g.^.  yjj/c 

LENGTH :        <9.*2<P3    FROM  (town):  s&^>.  S<£&/7- 

COUNTY:        (ZZk^Z&SasJ   AWARD  DATE:  <^ 

CONTRACT  TIME:      yC2&   ^gg^5  DATE  WORK  STARTED:  S 
ORDER  TO  PROCEED  DATE:    c?6zy PROBABLE  COMPLETION  DATE: 

%  COMPLETE:   /g_   NO.  DAYS  WORKED  PER  WEEK:  /& 

%  TIME  USED:    NO.  SHIFTS  PER  DAY:  ^ 


NO.  MEN  EMPLOYED:  ^2/   NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      CsC^^^so^  TELEPHONE:  7? 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:       jj&'SZZr.  ^^x^ 


GENERAL:    </3fW*l*Ssc  ^M/^&JTp^J  0**l£iS0JrH?&S   <&^*4fZoei<&0  tftJ  ^ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  8-ZO-84- 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


CONTRACT  AMOUNT:     $  /,  SO,  O  34,0? 
CONTRACTOR:     M^JIajtvjlg;  Co~sT.  dr, 
FROM  (town):     <5/Z*T4T  FvQLAS  AfT 


AWARD  DATE: 


7-JI-93 


CONTRACT  TIME: 


2£  u/  cxt^ 


DATE  WORK  STARTED: 


7-JS-84-. 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  9g 
%  TIME  USED: 


8-  3 -S3 


9£_ 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE:       7-  1^-84- 

NO.  DAYS  WORKED  PER  WEEK:  _f  

NO.  SHIFTS  PER  DAY:   /  

NO.  HOURS  PER  SHIFT:  g 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     <S.A.  •SiTTKXf  TELEPHONE: 

/  ADDRESS: 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


P.O.    So*.  ///Q 


GENERAL: 


A 


T%C  &  A3 


/  aero/. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT: 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      sPfSyS-rT" *k%/&?4S 


PROJECT  NO.:  ^  #J-<6  /  V^JV  1/ 
PRO  J.  NAME:  "ggg? 
LENGTH:  <0 
COUNTY: 


CONTRACT  TIME: 


<?0  U/ s<? 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:        ^  <z?<4 
%  TIME  USED: 


3<S  °S* 


NO.  MEN  EMPLOYED: 


y?^yT^ 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  jjjg^ 

CONTRACTOR:      yyy?s?S>r<?  sf^ysr  y~yyy, 
FROM  (town): 
AWARD  DATE: 


DATE  WORK  STARTED: 


NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 


DATE: 

WEEK: 

/ 

PROJECT  MANAGER:  yy£?y?*y  ^  ^^^^^TELEPHONE : 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:     *2  ADDRESS: 


general:       t£s&0£g4&&£  ^yyyyy/^yyj   yyy/y?         y<?      ySsPs  y^yryryy 
<^yt^y?.      y/y/>s?yr    ^fyyj'y^yyy^P    ^   y?yyryyAs<4  ^ty?" 


y^yyr^y  yysyys'^-yyr 


y?7~  y^y^yjy  yyyyy  ^>y^ 


'  &s,ys 


y$SS*  yyryy*-         ^yryr^y  yyy?yy^ 


y?  yt^yryZ  ^xyyy/y^y/  yy^oy^yyyr  y?yi 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


DISTRICT:  jSntt^h 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:  M/Z/2L 


PRO  J.  NAME:  AtW^y 
LENGTH:  /  X, 


COUNTY: 


CONTRACT  TIME:         /a  -  /  ~  g<f 


CONTRACT  AMOUNT:     $  /  ',  z.<£, 

CONTRACTOR:  3/M  C/™«*>  fxdA^h  aj* 

FROM  (town):    °^tJL  fj-^   7 

AWARD  DATE:     S&ft.    Sfl.  /<?/-S 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE 
%  COMPLETE:  ?/ 
t  TIME  USED:  - 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


AJcV.  ±,  /<?jrz 


/ 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE: 
PROJECT  MANAGER 
NO 


OF  ENG.  PERSONNEL  EMPLOYED:  f 


TELEPHONE : 
ADDRESS : 


P.fl,  /3a^  /Sin 


GENERAL:        ^g/eess    <^^d  -rfi<a   p&&±_££i£&Jz,  f+Y'A/j 

/•/terns — A/^t^  Car*  f/oJ-<°     £^ce^yf-  -rf><°_  p/A«;i-  hnlX  Basa. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  /£krS7Z£ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     >jgg<ggfg]  2?*% 

PROJECT  NO.:  <^jgggg^3gj  

PRO  J.  NAME:     /hyp^X  <i^gj»^g^gggg> 

LENGTH:  X  ^   

COUNTY:  ^?^r/x/  

CONTRACT  TIME:       ^'-^  ^ 

ORDER  TO  PROCEED  DATE:  

%  COMPLETE:   c5?^  gjf 

%  TIME  USED:  '   

NO.  MEN  EMPLOYED:  S?S-y? 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  .^gggg       ^ws**  TELEPHONE :  ^ 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:     JZ_       ADDRESS:  s&SX 


GENERAL:         ^ZPS #  ^yssPs^is^   p^i^r  y%srsz/Ss&  sS^P -f  S^/SZ  . 

^Zwssfy?  <^y>?ss  pS'y?  yrs^>.  ^sf**jr7&  ^ssz  pr^yyr  ^gggg 

s^y/^yy+sssys*/  ^Oj/^sy  y  yv/yyy  y?  y*/c*  yy?jy  ^^/^/sSssck^'sjs^ 
sw^rw  /sTA/<Sysyr<£>  ss  Py>  p*yzy^rr^ .  


CONTRACT  AMOUNT:     $    ^sry? ,  S/?^  <£>y  sy^r'f 

CONTRACTOR:  ^J^ytsS  

FROM  (town):  ^^yy^  

AWARD  DATE:  S>y?y?y 

DATE  WORK  STARTED:  /yyyssJ  g  S&fV  S>^yS,^ 
PROBABLE  COMPLETION  DATE :  JWXT. 


NO.  DAYS  WORKED  PER  WEEK: 


NO.  SHIFTS  PER  DAY:   / 

NO.  HOURS  PER  SHIFT:  <3 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


5o 


CMS-14 


DISTRICT:  tfc/rrE 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         8  -  3q  -  &  +j 


PROJECT  NO.:    ,<f^  *2*>9 


CONTRACT  AMOUNT: 


PRO  J.  NAME :  /ffoj/JTEAJAMCE 

LENGTH :  s/M   

COUNTY :  jfe&p  £o/>£/i    ?  Jk&ZXSOA/ 
CONTRACT  TIME:       /3<p  MZ>. 
ORDER  TO  PROCEED  DATE: 
%  COMPLETE: 
%  TIME  USED: 
NO.  MEN  EMPLOYED: 


$  397,Jto0.OO 


CONTRACTOR:  ly^ST  fa±L££  COAjsr.  , 
FROM  (town):    A/JAcoMDfi  ,  A?77 


AWARD  DATE: 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:  7-J?-£rV 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:  -~ 

PROJECT  MANAGER:  J/)cjt  jgg&kgm.  TELEPHONE 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


0-  8-84 


7<P*-S7?7 


ADDRESS : 


GENERAL: 


DISTRIBUTION: 


3255-2914 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  SuTTE 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         8  "30  -  8"i 

PROJECT  NO.:  /?J?S    ^<A3J?  (jS~V)  CONTRACT  AMOUNT:     $  J  94,  76  J .  4Q 

PRO  J.  NAME:  yf^l/^AD  £&9D£  CONTRACTOR:  ZStOSG*  dfo&Z  /*C 

LENGTH :  y//A   FROM  (town):    <^s?£#t  y£?^.Z.S, 

COUNTY:         ^72F^/Q^   AWARD  DATE:   £-3~-&3 

CONTRACT  TIME:  A/Z>,  DATE  WORK  STARTED:  yQ  -  <S  -8*3 

ORDER  TO  PROCEED  DATE:     g         -?3  PROBABLE  COMPLETION  DATE:  ~ 

%  COMPLETE:  y^/Q   NO.  DAYS  WORKED  PER  WEEK:  ~ 

%  TIME  USED:    NO.  SHIFTS  PER  DAY:   — 

NO.  MEN  EMPLOYED:   ~  NO.  HOURS  PER  SHIFT:   ~ 

ACTUAL  COMPLETION  DATE:  <£~7~<F4 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:       &-  8- 
EFFECTIVE  OPENING  DATE:  -* 

PROJECT  MANAGER:  3Z?y  L  TELEPHONE:      ?^  -/7<?  7  


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  z^0ic  .^chZS1 

s&T-TtT;  A/77  JT97^ 


GENERAL:  /S    /yh<£ej=SS/*/4  /A/ 

JZrr:  £>/=/=/<^  t  J~t   yj>   ^sts/wt&d   7JMT  /y/*4L  Data)  MuL 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS-14 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 


PROJECT  NO 
PROJ.  NAME 
LENGTH: 
COUNTY 


FOR  THE  PERIOD  ENDING: 
A// LIT*, 


CONTRACT  TIME: 


30 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  O 
%  TIME  USED:  & 
NO.  MEN  EMPLOYED:  Q 


CONTRACT  AMOUNT:     $  <Z"3/,  6  , 
CONTRACTOR:    A/fifiaA/JCJr  ^</T   ^.  7^ 
FROM  (town):     //jtZ-Za/S?.  A/a«/T; 
AWARD  DATE:         -JZ^V  Z7  /?84- 

DATE  WORK  STARTED:  —  

PROBABLE  COMPLETION  DATE: 

NO.  DAYS  WORKED  PER  WEEK:  p 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


0 


0 


ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:  /f&T^BsZ.  TELEPHONE: 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _/_  ADDRESS: 


GENERAL: 


T/A/6- 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRI CT :  Bct7~t= 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  6  -  Zo- 


PROJECT  NO.:       /V  7<ta£  Cz\   DATE  SURVEY  AUTHORIZED: 

PROJ.  NAME:   A)^t/}  <2A,nOQtc    &/*U.*r/^  DATE  WORK  STARTED: 

 7    


LENGTH:         Z.J    ESTIMATED  COMPLETION  DATE:     to-/ -84- 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     G,./).  S./77&AJ  TELEPHONE:       S?6  ~9s~t-   

NO.  PERSONNEL  ASSIGNED:        ■/  %  COMPLETE:   


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  J3C77~i=r 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        X-  3o~  8<J~ 


PROJECT  NO.:     R.S  ±jtzlCllS. 
PROJ.  NAME:     Spr.ojkJJ  Bond 
LENGTH:  £,  4-  n»;J^s  


DATE  SURVEY  AUTHORIZED: 
DATE  WORK  STARTED: 


g--/7-g3 


ESTIMATED  COMPLETION  DATE:      9- 3o-g4L 


PROJECT  MANAGER: 


DATE  SUBMITTED  TO  DISTRICT:   

<£W  .SjjrTOtJ  TELEPHONE:  S'Si-95'C'Z- 


NO.  PERSONNEL  ASSIGNED: 


%  COMPLETE: 


So 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:  <5L /?i 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     Au^,  3© 

9 — *  

PROJECT  NO.  :  /?$  23/*  /  (')  3  DATE  SURVEY  AUTHORIZED:    /^2^  /S/fS^- 

PROJ.  NAME:  Q^e^  DATE  WORK  STARTED:      3-  '7  -  8  <f- 

LENGTH:     3  •  O  j     /Y),/<l3   ESTIMATED  COMPLETION  DATE:  -£ 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:   Sv/^i   C  l^cxtK   TELEPHONE:      /<^Z  ~  /7<j  7  

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE:  &Q  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  Z/3^> 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    ^Lfl  3o     /?0  £ 

V 

PROJECT  NO.:    £  g  /  (4-)    DATE  SURVEY  AUTHORIZED:  /Z-^o-So 

PROJ.  NAME:  /ji/g-rt  -  ;/C>i  DATE  WORK  STARTED: 


LENGTH :      //  /         ;  Af g   ESTIMATED  COMPLETION  DATE: 

DATE  SUBMITTED  TO  DISTRICT:    Aul+,  3  0    lf&  V 

 (J         ■'  f 


PROJECT  MANAGER:  'jyutm  f3~^  //  TELEPHONE:  7$ '7 
NO.  PERSONNEL  ASSIGNED:    _^   %  COMPLETE:  ;#o  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  QjZ2£L 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    &  -3/-^?*?  

PROJECT  NO.:     M  7f*k?^        )   DATE  SURVEY  AUTHORIZED:    ^Q-<?  ~ 

PROJ.  NAME:     Ma,# -Crt/A*™.  -"fZ''  DATE  WORK  STARTED: 

LENGTH :      ___   ESTIMATED  COMPLETION  DATE  . 

DATE  SUBMITTED  TO  DISTRICT; 


PROJECT  MANAGER:    TELEPHONE: 

NO.   PERSONNEL  ASSIGNED:  %  COMPLETE 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/B!IB/sw/221E 


DISTRICT: 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  &-3/-tf*j  

PROJECT  NO.  :     M/Z/Z  (4.  )       ._  DATE  SURVEY  AUTHORIZED:  S 

PRO.) .  NAME:      mtAjBbtSot  DATF<  W0RK  STARTED:  A4p  OtS*>  As$f 

LENGTH:  — —   ESTIMATED  COMPLETION  DATE:    /y.  A 

DATE  SUBMITTED  TO  DISTRICT: 

PROJECT  MANAGER:    TELEPHONE: 

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/ RUB/ sw/ 22  IE 


DISTRICT:  &Jr7/£ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    g  :3/-_3$_ 

PROJECT  NO.  :  DATE  SURVEY  AUTHORIZED:  ? 

PROJ.  NAME:  >fW  %qAP  DATE  WORK  STARTED:  Qze»<  Asss**£0 

LENGTH:  — —     ESTIMATED  COMPLETION  DATE:  , 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:    TELEPHONE: 

NO.  PERSONNEL  ASSIGNED:  %  COMPLETE: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OIK  ICE 

PINK  -  ORIGINATING  OFFICE  CRM/ BUB/ sw/ 22  IE 


DISTRICT:  _ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 

PROJECT  NO.  :     /y/30£(<Z.)  DATE  SURVEY  AUTHORIZED:  /-^-Q^ 

PROJ.  NAME:     /j^iLS-A^-&Zs£        DATE  WORK  STARTED:     ^  Qe.£^  d^/6AJ^ 

LENGTH:     -~  ESTIMATED  COMPLETION  DATE:    A/./j ^ 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:   TELEPHONE: 

NO.   PERSONNEL  ASSIGNED:    %  COMPLETE: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/SW/221K 


DISTRICT:  Fy/Tr£ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:    X/Z  &z2,g&2&  23.  DATE  SURVEY  AUTHORIZED:  SS 

PRO  J.  NAME:  /W.  DATE  WORK  STARTED:  &*<2&AsS&*&. 

LENGTH:       -    ESTIMATED  COMPLETION  DATE:  jy^. 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  TELEPHONE: 


NO.  PERSONNEL  ASSIGNED:      %  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CkM/BIIB/sw/22  IE 


DISTRICT:  /jLrv^r 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    g  -  3  /  

PROJECT  NO.  :    ££<,  //-/f//)<?9  DATE  SURVEY  AUTHORIZED:    3  -/O- 

PROJ.  NAME  :S^jd£  £>*^  DATE  WORK  STARTED:    /\£  />g^  yfccattMCO 

LENGTH:   •   ESTIMATED  COMPLETION  DATE: 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  TELEPHONE: 


NO.  PERSONNEL  ASSIGNED:    %  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:  3^rr£_  

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    S'3/-  8<? 

PROJECT  NO.  :     >?>f  fa3^jA  DATE  SURVEY  AUTHORIZED:     y/>  .^.,93 

PROJ.  NAME:  ^  ,^.W,  DATE  WORK  STARTED:  ^  Ca**A&/W&& 
LENGTH:    ESTIMATED  COMPLETION  DATE:  M£(- 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER: 


NO.  PERSONNEL  ASSIGNED: 


TELEPHONE : 
%  COMPLETE: 


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/22 IK 


DISTRICT:  ^jy^  

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     &  -.^?/-^?«/  

PROJECT  NO.  :     £^  j?.*/-/{/}3  DATE  SURVEY  AUTHORIZED:  ^-/^-gj 

PROJ.  NAME:  AfrAn™  -      DATE  WORK  STARTED:  _3?6rS4 

LENGT,,:    ESTIMATED  COMPLETION  DATE :  {jfajwi?^ 

DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:    X&£  TELEPHONE: 
NO.  PERSONNEL  ASSIGNED:    %  COMPLETE: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/22 IE 


DISTRICT: 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  -   

PROJECT  NO.  :  99  DATE  SURVEY  AUTHORIZED: 

PROJ.  NAME:  /£^<;  -/t^  DATE  WORK  STARTED:    S  S  -  3^ 

LENGTH:    ESTIMATED  COMPLETION  DATE:  6^mx^_ 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     ~T/>V  As>e<L£-^  TELEPHONE:     

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BIIB/sw/221K 


DISTRICT: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:    DATE  SURVEY  AUTHORIZED: 

PROJ.  NAME:  DATE  WORK  STARTED:   

LENGTH:    ESTIMATED  COMPLETION  DATE 

DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:    TELEPHONE: 

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:   Great  Falls 


DISTRICT  DESIGN  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING:     September  3.  1984 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

NFXT 

nlj  A  1 

MILE- 
STONE 

M-HRS 

UJLU 

THIS 

REPORT 

PERIOD 

% 
COMP 

EST 

COMP 

DATE 

84 
85 

85 

84 

84 
84 

4 

RF  60-2(3)91 
Great  Falls-East 

braae ,  urave±  oun  • 
PMBS.  Structure  _ 

Prol Am 

P.I.H  . 

346 

79 

10-30- 

FR  24-3(3)76 
Rogers  Pass  E. 

wiaen,  bravei  ourr • 
PMBS 

r  lciu 

Review 

24 

6 

7-15- 

BP    •>/.  o/i  o\ 
Kb  jto\lo; 

5  Ml.  S.  Fort  Benton-Soutb 

^rarlo       flrflVP  1     Q 1 1  t*  F 
\j L  dUc  }    u l  a v c x    Jui  i  • 

PMBB 

Prelim. 
P.I.H. 

0 

0 

6-15- 

F  3-K618. 

Sun  River  Jet. -North 

PMBS  ,_Dverlay_   _   _  - 
Minor  Widening 

Final 
P.I.H. 

9 

BO 

11-15- 

Rudyard-South 

t  nOw    UVCL  -La  jr 

Final 
LDesien 

8 

j  on 

Box  Elder-West 

r  llDu     UVcl  la/ 

Final 
Design 

8 

100 

8-31- 

F  10-2 (  )73 
Big  Sandy-South 

braae ,  bravei  sun . 
PMBS 

ir  renin . 
P.I.H. 

112 

5 

11-5-8 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221D 


CMS- 14 


■ 


DISTRICT:     r,rpat.  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        September  %  ™*>, 


PROJECT  NO 
PRO J.  NAME 
LENGTH: 
COUNTY: 


:         IR  15-4(61)229 

Augusta  Int.  -  North 
18.7  Miles  


Lewis  &  Clark  &  Cascade 
CONTRACT  TIME:        120  w.D.  


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   6l£ 

%  TIME  USED:   tj£ 

NO.  MEN  EMPLOYED:  m 


4-16-84 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  6.229r685.78 
CONTRACTOR:        Hilde  Const.  Co.;  Inc. 
FROM  (town):      Great  Falls,  Mt. 
AWARD  DATE:        Feb.  29 ,  1981  


DATE  WORK  STARTED:      April  6,  198/, 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


1Q-15-84 


8-11 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:  

PROJECT  MANAGER:       a.  F.ndprsnn  TELEPHONE: 

ADDRESS: 


G.  Enderson 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


727-4350  Gt.  Falls 
235-Z.4  57  Craig 


Great  Falls 


iNERAL:   Prime  Contractor,  Hilde,  completed  crushing  &  stockpiling  Type 

"B"  Pit  Mix  Agg.  on  August  10th.  Type  "B"  paving  operations  continue  and 

Type  "B"  PI.  Mix  is  complete  on  Mainline  between  sta.  685+50  to  sta.  1255  or 

11.2  miles.    1st  lift  is  paved  on  N.B.  lane  for  an  additional  3.7  miles. 

Q.G,FfC,  is  complete  sta.  685+50  to  1089+00  or  7.6  miles.    Digouts  were  completed 

.on  August  10th  and  drainage  work  completed  on  Aug.  13th.  

 Sub  Contractor  One  Way  Signs  removed  4 J,  miles  of  Median  R^il   this  reporting 

period,  and  completed  revision  of  bridge  median  rail  for  1228  Ln.  Ft.  

 Sub  Contractor  Martinez  Const.  Co.  began  placing  PreCast  Cone.  Median 

Barrier  Rail  on  August  8th  at  sta.  685+50  and  has  completed  5.7  males  to  sta. 

1089.  

 Future  nlans  are  to  complete  guard  rail  removal  hy  S&pka  "15th  and  cnmplftt.P 

paving  by  Sept.  28th. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  3130 

CONSTRUCTION  PROGRESS  REPORT 

September  3.  1984 

CONTRACT  AMOUNT:     $  3,587,986.71 

CONTRACTOR:    Sletten  Const.  Co.  

FROM  (town) :    Great  Falls.  Montana 

AWARD  DATE:        July  6,  1984  

DATE  WORK  STARTED:    July  30,  1984 
PROBABLE  COMPLETION  DATE:    July  1985 
NO.  DAYS  WORKED  PER  WEEK:  5 

NO.  SHIFTS  PER  DAY:   1 

NO.  HOURS  PER  SHIFT:      &  to  10 
ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     S.  W.  Newton  TELEPHONE:  278-7931  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _n_       ADDRESS:  Hnnr^,  i,;nnt.  


FOR  THE  PERIOD  ENDING: 

PROJECT  NO.:      IR  15-7  (21)  323 
PRO J.  NAME:    Brady  No.  &  So.  (NB) 

LENGTH:         11.6  miles  

COUNTY :     Teton  L  Pondera  Co.  

CONTRACT  TIME:    120  working  Hay^ 
ORDER  TO  PROCEED  DATE:      July  .30,  1984 

%  COMPLETE:         =&  Z,  

%  TIME  USED:  _20  

NO.  MEN  EMPLOYED:  34  


GENERAL:         Traffic  was  placet]  on  detour  on  August  6t  1984.  

 Contractor  is  removing  payment,  unclassified  excavation  and 

installing  culverts. 

Beqan  crushing  1-i-  C.  B.  S.  on  8-27-84.   


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS-14 


DISTRICT: 


Great  Falls 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 


September  3r  1984 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


IR  15-8(41)389 
Sunburst-North 

8.5  Miles 


Toole 


CONTRACT  TIME:  70  +  18  Working  Days 
ORDER  TO  PROCEED  DATE:  4/16/84 

%  COMPLETE:   

%  TIME  USED: 


97 


85 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  2.259,443.42 


CONTRACTOR:  Meyer  Construction  Company 

FROM  (town):        Rillings,  Mt- ,  

AWARD  DATE:   February  29.  1984 

DATE  WORK  STARTED: 


NO.  DAYS  WORKED  PER 
NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     Walter  D.  Smith  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


April 

24,  1984 

DATE: 

9/7/84 

WEEK: 

5 

1 

8 

937-7111 


General  Delivery 


Sunburst.  Mt.  59482 


GENERAL :     Sub-contractor  One  Way  Sign  and  Construction  began  replacing  

existing  W-Beam  Guardrail  with  Cable  Guardrail  (Change  Order  No.  1)  On  August 
27,  1984  and  plans  to  apply  the  second  coat  of  Epoxy  Paint  Striping  (Change 
Order  No.  2)  next  week.  


DISTRIBUTION: 
3255-2914 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS-14 


DISTRICT:    ^HQ  Gt  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        August  79,  1 q84 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


RTF  1-5(1)322 


Chester  -  Rudyard 


20.9  Miles 


Libeety  -  Hill 


KBKJTRAKXXmKX  Complete  by  9-1-84 


ORDER  TO  PROCEED  DATE:  5"3-8A 

%  COMPLETE:  1 QQ%  

%  TIME  USED:   

NO.  MEN  EMPLOYED:  ^  


CONTRACT  AMOUNT:    $  398,709.05 
CONTRACTOR:      _Baltrusch  Const.  Co. 
FROM  (town): 
AWARD  DATE: 


Havre,  MT 


4-30-84 


DATE  WORK  STARTED: 


6-20-84 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT:  Variable 


Variable 


1 


ACTUAL  COMPLETION  DATE:  8-25-84 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      F.  A.  Robinson  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


727-4350 


Great  Fal Is,  MT 


GENERAL :        Contractor  moved  in  and  set  up  for  crushing  cover  material  but  coul d 

 not  meet  cleanliness  spec's.    This  pit  abandoned.    Moved  to  a  new 

 source  and  began  producing  cover  material  on  8-2-84.  Limited  amount 

 of  material   in  this  pit  but  managed  to  produce  about  2/3  of  the  tonnag 

 reguired.    Completed  crushing  8-15~84.     Remaining  cover  material 

 needed  was  produced  and  hauled  from  Havre.     Began  Seal  S  Cover  work 

 8-13-84  and  completed  same  8- 1 7-84 .     Sub  Contractor  Lewis  Const  Co 

 began  paint  striping  8-24-84  and  completed  same  8-25~84.  


Work  on  Final  Estimate  as  time  and  personnel  permit. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT:  3130  Gt  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       August  29,  1984 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


RTF  1-6(7)384 


Havre,  -  Chinook 


20,4  Miles 


Hill  -  Blaine 


CONTRACT  AMOUNT:     $  305,886.00 
CONTRACTOR :      Baltrusch  Const.  Co. 
FROM  (town):  Havre,  MT 

AWARD  DATE: 


4-30-84 


XXXXXXBSmmmiE:  Complete  by  9-1-84 

DATE  WORK  STARTED: 

5- 

29- 

■84 

ORDER  TO  PROCEED  DATE: 

5-3-84 

PROBABLE  COMPLETION 

DATE 

%  COMPLETE:  ]0Q% 

NO.  DAYS  WORKED  PER 

WEEK 

XX 

I  TIME  USED:  qn* 

NO.  SHIFTS  PER  DAY: 

NO.  MEN  EMPLOYED: 

NO.  HOURS  PER  SHIFT 

ACTUAL  COMPLETION  DATE: 

7-15-84 

DATE  CERTIFIED  COMPLETE  BY 

DISTRICT 

CONSTRUCTION  SUPERVISOR 

7" 

•20-84 

EFFECTIVE  OPENING 
PROJECT  MANAGER: 


DATE :   

F.  A.  Robinson 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  0-1 


TELEPHONE : 
ADDRESS : 


727-4350 


Gt  Fal Is,  MT 


GENERAL: 


Work  on  Final  Estimate  as  time  and  personnel  permit 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT:    3H0  Gt  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  August  ?Qr 


PROJECT  NO. 
PRO J.  NAME : 
LENGTH:  _ 
COUNTY: 


RTF  1 -8(7) ^72 


Malta  -  Saco 


20.1  Miles 


Phill ips 


)(XMmCSXMm<;  Complete  by  9-1  -84 
ORDER  TO  PROCEED  DATE:  5-3-84 

%  COMPLETE:   100% 

%  TIME  USED:   84* 

NO.  MEN  EMPLOYED:   


ACTUAL  COMPLETION  DATE:      8-1 6-84 


CONTRACT  AMOUNT:    $  399,535-40 
CONTRACTOR:         Baltrusch  Const.  Co 

FROM  (town):  Havre.  MT  

AWARD  DATE: 


4-^0-84 


DATE  WORK  STARTED: 


7-3-84 


PROBABLE  COMPLETION  DATE:   

NO.  DAYS  WORKED  PER  WEEK:  Variable 

NO.  SHIFTS  PER  DAY:  1  -  2  

NO.  HOURS  PER  SHIFT:  Variable 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       F.  A.  Robinson  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:      5  ADDRESS: 


727-4350 


Great  Fal Is,  MT 


GENERAL :  State  forces  worked  several  days  this  period  preparing  road  surfa ce 

 for  Seal  S  Cover.    Contractor  began  Seal  £  Cover  work  8-6-84  and 

 completed  same  8-8-84.    Sub  Contractor  Lewis  Const  Co  began  paint 

 striping  8-14-84  and  completed  same  8-16-84.  

Work  on  Final  Estimate  as  time  and  personnel  permit.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS-14 


DISTRICT:       31  30  Gt  Fall 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         August  29.  1984 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


RTF  10-2(9)20 


West  of  Carter  -  Loma 


22.5  Miles 


Choteau 


XXMmmmCE Complete  by  9-1-84 


ORDER  TO  PROCEED  DATE:  q-3-84 

%  COMPLETE:  100%   

%  TIME  USED:  97%  

NO.  MEN  EMPLOYED:  30 


ACTUAL  COMPLETION  DATE: 


8-28-84 


CONTRACT  AMOUNT:     $  376,272.60 
CONTRACTOR:    _Baltrusch  Const.  Co. 
FROM  (town): 
AWARD  DATE: 


Havre,  MT 


4-30-84 


DATE  WORK  STARTED:    6- 7" 84 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 
NO.  SHIFTS  PER  DAY:  one 
NO.  HOURS  PER  SHIFT:  Variable 


Var  i  ab 1 e 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:        F    A    Rnbinson  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:      5  ADDRESS: 


727-4350 


Great  Falls,  MT 


GENERAL :  Contractor  completed  Seal  S  Cover  work  on  remaining  5-4  miles 

 of  subject  project  on  8-20-84  with  Sub  Contractor    Lewis  Const. 

 r.n.  r.ompleted  paint  striping  on  8-28-84.  


Work  on  Final  Estimate  as  time  and  personnel  permit. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT:      Great  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       August  30,  198k 


PROJECT  NO.:       F  ^-2(8)  18 


PRO J.  NAME:    Falrf leld-E.  |  W.(East) 

LENGTH :   5.0  Miles  

COUNTY:         Cascade  /  Teton  


CONTRACT  TIME: 


UO  +  1  W.P. 


ORDER  TO  PROCEED  DATE:      1*- 18-83 

%  COMPLETE:  1QQ*  

%  TIME  USED:  qsj  

NO.  MEN  EMPLOYED:  p 


CONTRACT  AMOUNT:     $    p  top  iflp.fr; 
CONTRACTOR:      Hllde  Construction  Co. 

FROM  (town):       Great  Falls  

AWARD  DATE:         Nov.  30,  lQ8g 


DATE  WORK  STARTED:       Feb  1,  1Q8? 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:    Aug.  8,  TOfllt 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:    Aug.  8.  196k 

PROJECT  MANAGER:    Hamnerbacker   TELEPHONE:  k67-^kk8 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  P.  0.  Box  k91 


Aug.  10,  1984 


Fairfield,  MT.  c,9kl6 


GENERAL:      Striping  ft  the  Slnrnm  Intersection  vas  completed  on  8-8-8U.  The 

 Pro.lect  is  now  1004  complete,    W»  »rp  gg+.W-Mng  gnhmltt*!  nf  tho  T-inal  by 

 Sept.  10,  198k  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT:     ftr^-t-  gaUg 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING:         August  30  r  lQ8k 
EES  3-2(9)  46,HES  3-2(12)  49, 
HES  3-2(13)  47  ,  and 
PROJECT  NO.:      mrc  o.p(k)  to   CONTRACT  AMOUNT:     $  75.1U.00  

PROJ.  NAME:    North  of  fThotgau  j  Augusta  CONTRACTOR:      Levis  Construction  Co. 

LENGTH :    FROM  (town):  Great  Falls 

COUNTY :  Teton  County   AWARD  DATE:         July  27.  1984  

CONTRACT  TIME:         30  Working  Days  DATE  WORK  STARTED:       August  27.  1984 

ORDER  TO  PROCEED  DATE:       8-27-84  PROBABLE  COMPLETION  DATE:      10- 5-84 

%  COMPLETE:  36   NO.  DAYS  WORKED  PER  WEEK:  g 


%  TIME  USED:         yjj   NO.  SHIFTS  PER  DAY:   1 

NO.  MEN  EMPLOYED:  2   NO.  HOURS  PER  SHIFT:   8 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  TELEPHONE:  467-^448  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:   P.  0.  Box  491 

 Fairfield,  MT.  594^6 

GENERAL:   The  contractor  started  wvrlc  on  August  27,  1984  vlth  2  men.  

 The  contractor  Is  currently  working  on  the  slope  flattening  on  the 

 project  5  miles  north  of  ehoteau  vifah  a  scraper, water  truck,  and  pickup. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT:     Great  Falls 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       August  30,  1Q84 

PROJECT  NO.:       F  -  HES  3-2(10)  28  CONTRACT  AMOUNT:     $  1,682.186.50 

PRO  J.  NAME:    Fr****™*  -  Iflfeflt  CONTRACTOR :    T^npirP  Rand  K  r.ra-rel  Pn. 

LENGTH :   12.5  Miles   FROM  (town):       Billings.  MT.  

COUNTY:   Teton   AWARD  DATE:         June  8.  1984  

CONTRACT  TIME:         80  W J).   DATE  WORK  STARTED:       .Tuty  6,  1Qft4 

ORDER  TO  PROCEED  DATE:      7-2-84  PROBABLE  COMPLETION  DATE:      Oct.  15,  1984 

%  COMPLETE:    NO.  DAYS  WORKED  PER  WEEK:  6 

%  TIME  USED:  53ft   NO.  SHIFTS  PER  DAY:   i 

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:  9-12  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    HaimnPT^frgr  TELEPHONE:   467-3448  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    8-12      ADDRESS:  P.  0.  Box  491  

Fairfield.  MT.  59436  

GENERAL:   Existing  shoulder  preparation  and  lj-"  gravel  for  the  shoulders 

 was  completed  on  8-2-84.    The  contractor  began  paving  operations  on  8-2-84 

and  completed  paving  on  8-23-84.    Tfte  chip  and  seal  operation  began  on 

 8-28-84  and  vas  shutdown  on  8-30-84  with  7100  ft.  to  go.    The  contractor 

is  currently  dressing  the  slopes  and  removing  any  pavement  from  the  

.  cutting  of  the  shoulders.  


DISTRIBUTION: 
3255-2914 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS- 14 


DISTRICT:     3130-Great  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       September  3,  1984 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


F24-3(5)100 


Rogers  Pass  -  East 
Middle, section  


8.5  miles 


Lewis  and  Clark 


CONTRACT  TIME:    120  +  13  W.D. 


ORDER  TO  PROCEED  DATE:  10-18-82 

%  COMPLETE:  99  

%  TIME  USED:  98  

NO.  MEN  EMPLOYED:  0 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:    $  3,215,825.45 
CONTRACTOR:        Meyer  Const.  Co. 
FROM  (town):       Billings,  MT 
AWARD  DATE:  9-24-82 


DATE  WORK  STARTED:  11-18-82 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


10-84 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      S.  W.  Newton  TELEPHONE:  278-7931 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:      0         ADDRESS:  Conrad,  MT 


GENERAL:   All  items  completed  except  1-1/2  acres  of  seeding  on 

slide  area  correction.    On  shutdown  until  fall  seeding  date. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT:    31 30  Gt  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         August  29,  1984 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


HES  60-2(11)91  U2 
F-BHF-RTF  60-2(5)92  U2 

Warden  Br  6  Approaches 

Q.4  Mile  

Cascade   


893,096.00 
$  2,764,053-^8 


CONTRACT  AMOUNT: 
CONTRACTOR:      Sletten  Construction  Co 

FROM  (town): 
AWARD  DATE: 


Great  Falls,  MT 


2-28-83 


CONTRACT  TIME: 


220  +  4  WD 


DATE  WORK  STARTED:      3 "30- 83 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:  100  

%  TIME  USED:  92  


1  -  2 


NO.  MEN  EMPLOYED:   

ACTUAL  COMPLETION  DATE:  8-13-84 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 
NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


Variable 


Var  iabl e 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  F.  A.  Robii 
NO.  OF  ENG.  PERSONNEL  EMPLOYED 


8-21-84 


0-2 


TELEPHONE : 
ADDRESS : 


727-4350 


Great  Falls,  MT 


GENERAL:  Contractor  worked  2  days  this  period  painting  Bridge  Bent  

protectors  -  Sub  Contractor  Western  Sign  Corp  worked  part  day  on  installation 
of  Flexible  Delineators.    This  completes  all  work  by  contractor.  


Work  on  Final  Estimate  as  time  and  personnel  permit, 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:      3130    great  Falls 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 

PROJECT  NO.:F  BHF  RTF  60-2(5)92U2 

PROJ.  NAME:       Warden  Bridge  

LENGTH:  0.203  mile  

COUNTY: 


8-31-84 


1,870,957.00  Structures 
$  2,764,053-48  Project 


Cascade 


CONTRACT  AMOUNT 
CONTRACTOR:        Sletten  Constr.  Co. 

FROM  (town):      Great  Falls  

AWARD  DATE: 


CONTRACT  TIME:       220    working  days 
ORDER  TO  PROCEED  DATE:  4-18-83 
%  COMPLETE: 
%  TIME  USED: 


2-28-83 


DATE  WORK  STARTED: 


3-22-8? 


100 


92 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


U  hr 


ACTUAL  COMPLETION  DATE:      August  13.84 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  n.u,,^ 

PROJECT  MANAGER:     Tomich   TELEPHONE:  727-4350 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:      1         ADDRESS:         Box  1359 


August  11 ,1884 


Great  Falls 


GENERAL:   The  project  was  completed  on  August  13,19ftA.  The  final  supporting 

 data  will  be  in  the  district  office  about  Sept.  lyoay,  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT: 


3130    Great  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  8-31-84 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 
COUNTY : 


:  F  BHF  RTF  60-2(5)92  U3 

Warden  Bridge  Overlay 

0,4  mile  

C as  cade 


CONTRACT  AMOUNT:     $  550,827.00  

CONTRACTOR:        Sletten  Construction  Co. 

FROM  (town):        Great  Falls  

AWARD  DATE:  9-30-83  


CONTRACT  TIME:        inn  working  davs 


1 0-24-83 


DATE  WORK  STARTED: 
PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


4-10-84 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  99 
%  TIME  USED:  91 

NO.  MEN  EMPLOYED:   

ACTUAL  COMPLETION  DATE:  

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  7-31-84 

PROJECT  MANAGER:      Tomich   TELEPHONE:  727-4350 

ADDRESS: 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


Boy  1359 
fit.  Falls 


9-20-84 


GENERAL:        Work  this  past  month  consisted  of  removing  detour,  painting  and 

traffic  devices  and  pplacing  curbs  and  cleanup,  

 Work  remainging  is  painting  of  curbs  and  some  line  removal.  


The  two  man  engineering  crew  is  engaged  in  inspection  and  on  final  supporting 
data  and  other  projects.  .  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:      Q,r  &9u.$ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     Aucusr        J .  /<r&1 


PROJECT  NO. 
PRO  J.  NAME: 
LENGTH:  _ 
COUNTY: 


is 


/?5  233.  -/  (S~)  'S  CONTRACT  AMOUNT:  $  /.  &9<?,3S3  — 
cj~  d&  4&jfi&  CONTRACTOR:     awjl  r£i/SC//  <=Os<Jsr.  CO. 


6  / 


FROM  (town):  /S4\Z/i£  ,  s>7F 
AWARD  DATE:     /)P£U  «= 


CONTRACT  TIME: 


7Q  /S"  uv/Q 


ORDER  TO  PROCEED  DATE:      ±  "_3£z  81 

%  COMPLETE:  yog  

%  TIME  USED:  97  °/o  


DATE  WORK  STARTED:    /Jp&t  2*  t  /9£4 
PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 
SHIFTS  PER  DAY: 


S 


NO.  MEN  EMPLOYED: 
ACTUAL  COMPLETION  DATE:     8/' 7/8*1 


NO 


NO.  HOURS  PER  SHIFT: 


/ 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE: 
ADDRESS : 


PROJECT  MANAGER:  GoeOQAJ  ree^O. 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  £ 


£.CS  ■  6>8Z/ 


GENERAL: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS-14 


DISTRICT:    Great  Falls  -  31 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       September  3,  1984 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


RS  240-1(2)11 


r.hinnok-Cleveland 


CONTRACT  AMOUNT:    $  852,593.00 
CONTRACTOR:      Baltrusch    Const.  Co, 


14.2  Miles 


Blaine 


FROM  (town):  Havre,  MT 
AWARD  DATE:  2-28-83 


CONTRACT  TIME:    60  +  12  W.D. 
ORDER  TO  PROCEED  DATE:  4-18-83 
%  COMPLETE: 

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


DATE  WORK  STARTED:  5-18-83 


100% 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


6-84 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      finrHnn  Trpft.7  TELEPHONE:  265-6821 

ADDRESS:  Hax/rP,  Mt. 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL:           Final  estimate  and  supporting  data  were  submitted  to 
District  Office  on  7-27-84,  and  forwarded  to  Helena  on  8-22-84.  This 
is  the  final  report  


Marl  in  Brackney 
Engineer  Officer  I 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT  i^S&g^y/ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ^  -<?</ 

PROJECT  NO.  :  & M  _*T 7^ 
PROJ.  NAME:^/)/^  ^j^g 

LENGTH :  /Kts&r*  

COUNTY :   

CONTRACT  TIME:     ^ l«///D 
ORDER  TO  PROCEED  DATE:^-^ 

%  COMPLETE:  — '  

%  TIME  USED:  ^  

NO.  MEN  EMPLOYED:   »  -  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  ^  M&eu*ZeZ  TELEPHONE:  ^^-T-^fTZz; 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


CONTRACT  AMOUNT:     $  /  *><?JZ.<Z,  / 

CONTRACTOR:  ^r       / X  ^  ^ 


FROM  (town):  ^ 

AWARD  DATE:  _  

DATE  WORK  STARTED:  ^-*/-*<J 
PROBABLE  COMPLETION  DATE : 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   -z— - 

NO.  HOURS  PER  SHIFT: 


GENERAL:  S?S7S^>/S^A^^  A^^-^>  /^J? 

.^^x^/jyg   ^S/^^J^    ^j^r  ^ 7~^yJ  ^eSs//  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  - 

PROJECT  NO.:  &£&£ZMU£Zl  CONTRACT  AMOUNT:    %  JZ^Z 7 

PRO  J.  NAME:  J?.,//  rf^J/Z^J  CONTRACTOR:.  j£  stf?.^  /Z*^*t(  - 

LENGTH:  /s*   FROM  (town):   

COUNTY:  A/ s  //    AWARD  DATE:    J7l>/^  ^  ,  /g^f  

CONTRACT  TIME:  fa^2   DATE  W0RK  STARTED:  ^^/^  /^f^ 

ORDER  TO  PROCEED  DATE:  JT*///y>  ^ /^f^ROBABLE  COMPLETION  DATE:  y<g?  Z^gg-jV 
%  COMPLETE:  /  NO.  DAYS  WORKED  PER  WEEK: 

%  TIME  USED:    NO.  SHIFTS  PER  DAY:  /  

NO.  MEN  EMPLOYED:    ^  As  ^  NO.  HOURS  PER  SHIFT:  J?  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  ^T.  /Efy^^tJ*?  TELEPHONE:     ^^^>~-<^  <P^/  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:     q^U-^^r  Z7<£>   


GENERAL:     /?//^s/sJ**r  ss?  ^-^^  . r^/^ 7^>^ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


PROJECT  NO. : 


DISTRICT:  <S7~ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      jUbi/sr  3'  . 


DATE  SURVEY  AUTHORIZED:  *-2-85 
DATE  WORK  STARTED:  7-/2  -85 


PRO  J.  NAME:       A?  rJ'  4\/G 
LENGTH:  O- &   /s?/c£S  ESTIMATED  COMPLETION  DATE:    Q£C  B<1 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:      GosZOQaJ    T/ze^r^  TELEPHONE: 
NO.  PERSONNEL  ASSIGNED:  O  %  COMPLETE: 


30  a/o 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:    GT  £AU£ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      AUGUST  3A 

PROJECT  NO.:      Stf/rf   ^s7/Q    {2  )        DATE  SURVEY  AUTHORIZED:   

£3M    /e//e  a  \/&<e/?#ss 

PRO  J.  NAME:       LSr/t/r/  DATE  W0RK  STARTED:      jjA/  3/ ,  /9x<f 

LENGTH:    ESTIMATED  COMPLETION  DATE:     AM  8<f 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  &#0u/a/       TELEPHONE:       Z6.S- 9  

NO.  PERSONNEL  ASSIGNED:  O  %  COMPLETE:     y^r    &&*//=*>  gofo 

//jfA/-  /361L     /OO  % 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


CMS- 16 


DISTRICT:  3nrr  fir  mU 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        August  2<*.  1984 

PROJECT  NO.:        M  5212  (1)   DATE  SURVEY  AUTHORIZED:  9-17-81  

PROJ.  NAME:     Gt  Falls  -  South  Arterial    DATE  WORK  STARTED:  12-10-81  

LENGTH :  8.9  Miles   ESTIMATED  COMPLETION  DATE:   12-31-84  ? 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:      F.  A.  Robinson  TELEPHONE:  727-4350  


NO.  PERSONNEL  ASSIGNED:  0   %  COMPLETE:  46% 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2916 


CMS-16 


DISTRICT:     ftroat  Falls 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     September  3,  1984 


PROJECT  NO.:  RS  552-1(01)0 
PROJ.  NAME:  Sunburst-East 
LENGTH:  13  Miles 


DATE  SURVEY  AUTHORIZED:  5/9/84 


DATE  WORK  STARTED:  August  15,  1984 
ESTIMATED  COMPLETION  DATE:  9/28/84 


DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:      falter  D.  Smith  TELEPHONE: 
NO.  PERSONNEL  ASSIGNED:  4  %  COMPLETE: 


937-7111 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


^STRICT:  .GrsatFalls 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  J^us^o^l 


PROJECT  NO.:      R.S.  ^l-l(p)  ? 
PR0J-  NAME:       Fairfield  -  gaga 
LENGTH:  ______JLp_Miles_ 


DATE  SURVEY  AUTHORIZED:  0ct.  lqPo_ 
DATE  WORK  STARTED:  ..Feb^l^io^ 


ESTIMATED  COMPLETION  DATE:  jj^^ 


DATE  SUBMITTED  TO  DISTRICT: 
PROJECT  MANAGER:    Jb^^^       TELEPHONE:  Z^Z^U44S_ 
NO.  PERSONNEL  ASSIGNED:    _j,   %  COMPLETE: 


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/22 IE 


CMS- 16 


DISTRICT:  3)30       Fa II S 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  _^uJ^_i581 


PROJECT  NO.:     RS  330-1 (6)0 


DATE  SURVEY  AUTHORIZED: 


NAME:    ^Sout^Nort^jctio,,     DATE  WORK  STARTED:  n^Sj. 
6.5  Miles 


LENGTH: 


ESTIMATED  COMPLETION  DATE:  9-30-84* 


DATE  SUBMITTED  TO  DISTRICT: 

PROJECT  MANAGER:     F^obi^_       TELEPHONE^  ^7350 

NO.  PERSONNEL  ASSIGNED:   p_       %  COMPLETE : 

*  Pending  outcome  of  condemnation  hearing. 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 

YELLOW  -  DISTRICT  OFFICE 
3255-2  916        ^  "  0RIGINATING  OFFICE 


DISTRICT:    S-,r  fallS 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  3f , 


A)S>  79  3    +o  S9-<o 

PROJECT  NO.:  £*>Si  DATE  SURVEY  AUTHORIZED:      /z  -7-^3 

PRO  J.  NAME:  -  *ox  Stoe*       DATE  WORK  STARTED:   /-*7-g<? 

LENGTH:  3   ESTIMATED  COMPLETION  DATE:     //  -,s  -eg 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  .  r/ae^rz.  TELEPHONE: 


NO.  PERSONNEL  ASSIGNED: 


%  COMPLETE: 


75" 


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:     ^  f  ^AALS 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     AU&iteT    11  /9#<t 

PROJECT  NO.:     J?F  /O  -  7  &  )  gV  DATE  SURVEY  AUTHORIZED:     ,2  -  7  -  8± 

(/<os  C3  <*-          79  i) 
PROJ.  NAME:  -  <3gg  g&E&g  DATE  W0RK  STARTED :   7  ^gCl^ 

LENGTH :   /^,.  7  ESTIMATED  COMPLETION  DATE:     s/OV  g<7 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:      Q    T£££TZ-  TELEPHONE:   CZZ-f  

NO.  PERSONNEL  ASSIGNED:        4>  %  COMPLETE:   ZO°^  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:     &r  P/?lL$ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      AUCiUST     ?/ . 

PROJECT  NO.:  so  -?  £3  UU  DATE  SURVEY  AUTHORIZED:      ,z  -  7  -  83 

PROJ.  NAME:       Ao^    -/?/^-5*/^'/  DATE  WORK  STARTED:  /-  2V  -  g< 

LENGTH:   7  £  ESTIMATED  COMPLETION  DATE:     //  -/^--g? 

DATE  SUBMITTED  TO  DISTRICT:  /3  ,  /?g«*  *" 

PROJECT  MANAGER:        ^>    /-^Zr^/^  TELEPHONE:  £££  <zB2./  

NO.  PERSONNEL  ASSIGNED:  /  %  COMPLETE:  85%  

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


CMS- 16 

DISTRICT:      31jQ  Gt  Falls 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        August  29.  1984 

PROJECT  NO.:     IR  15-5(65)283   DATE  SURVEY  AUTHORIZED:  g-?7-R3 

PROJ.  NAME:      Gt  Falls  -  Vaughn  DATE  WORK  STARTED:  U-l-8k  

LENGTH:   26.2  Miles   ESTIMATED  COMPLETION  DATE:  n-l-fti> 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:      F.  A.  Robinson  TELEPHONE:  727-kKC)  

NO.  PERSONNEL  ASSIGNED:        Q-4  %  COMPLETE:  ^  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2916 


DISTRICT:     Gl endive 
4130 


DISTRICT  DESIGN  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING:      August  28.  1984 


PROJECT  NUMBER  &  NAME 

DFSrRTPTTf)N 

NEXT 

MTT1T- 

STONE 

M-HRS 
USED 

TUTC 

lnlb 

REPORT 

PERIOD 

o/ 
h 

COMP 

EST 

LOMP 

DATE 

RS  258-1(4)11 

Daeroar— NoTfh  Dflknt-^  T  Inp 

PMQ    fhroi-1  at? 

Final 
r .  1 .  rl . 

40% 

12/1/ 
84 

F  26-1(1)3 

OXUllcy  ~l^HJi  Lll    UdlvULd  IjIXIG 

Gr.  Gravel,  PMS  and 
Structure 

Final 
P.I.H. 

188 

50% 

3/1/ 
85 

F  2-1(8)46 

a  1  1  r\n     (~*      l  t"»     it    T  inn           T?     JC  T.T 

r axxuii  ^uunty  ljiiic  ~  c*  d  W 

rMb  Overlay 

Final 
P.I.H. 

20% 

7/1/ 
85 

F  39-1(15)4 

PMQ    Hirorl  ait 

rno  wvcriay 

Final 

r  .  1 .  n . 

i  nv 

10% 

8/1/ 
85 

F  18-1(2)1 

Mi  1  pq   Ci  t* v— Mo r* f- V»tjo  g f- 

J- -L-i- -L  C  o     OXLj     liUL  LllWCO  L 

uvenay 

Final 
P.I.H. 

o 

8 

0% 

9/1/ 
85 

FR  1-10(12)639 

fliil  Kprf  cnn    Up>c.t" 

vUll/CL  LOUU             riCo  L 

x  rio  L/ver±ay  a  wiaen 

Prelim, 
r. l.H. 

0% 

6/1/ 
86 

RS  247-1(1)0 

UoK  cl-or    _  Pooh 

Final 
P.I.H. 

0% 

6/1/ 
86 

F  25-1(6)0 

Vji.1  L1C  Lll 

PMC     rVrr^vl  o  tr    X,    T.T -J  A  a-r\ 

r rio  L/ver±ay  «  wxaen 

Public 
Hearing 

i  r\Q 
IUJ 

40% 

8/1/ 
86 

RS  344-1(5)29 

7.5  Miles  West  of  Froid 

PMS  Overlay  &  Widen 

Prelim. 
P.I.H. 

4 

0% 

9/1/ 
86 

BRF  42-3(6)73 

South  of  Glasgow(Milk  River) 

St*T*      pnH  Anne 

JLL  t      CL1LU.  nuuo 

Prelim. 

P   T  H 

3/1/ 

07 
o  / 

F  42-3(7)59 

Fort  Peck  -  Glasgow 

PMS  Overlay  &  Widen 

Comp.of 
Survey 

0% 

7/1/ 
87 

RS  245-1(4)15 

Brusett  -  East  and  West 

GS  and  Minor  GR 

Comp.of 
Survey 

0% 

1/1/ 
88 

F  62-2(6)12 

South  of  Culbertson 

G,  GS,  PMS 

Prelim. 
P.I.H. 

0% 

9/1/ 
88 

M  5008(1) 

Sargent  Ave  &  Allard  Street 

Gl endive 
Reconstruction 

Public 
Hearine 

0% 

TOTAL  =  303.0  Hours 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221D 


DISTRICT:  /?/<r,it/ec 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:    F  2»1  (7)  34   CONTRACT  AMOUNT:     $  3/ 

PRO  J.  NAME:      Locate  EaSt   CONTRACTOR:     ^A/^^Ll^/l^r^.  {J 

LENGTH :       // ^  \   from  (town):     £2A  d^L 

COUNTY:    AWARD  DATE:   

CONTRACT  TIME:  /„  ?.  /?.  DATE  WORK  STARTED:  ^r  <Z<S 

ORDER  TO  PROCEED  DATE:     <4^-&3  PROBABLE  COMPLETION  DATE: 

%  COMPLETE:       /00  &   NO.  DAYS  WORKED  PER  WEEK:  T 


%  TIME  USED:    NO.  SHIFTS  PER  DAY:  /  

NO.  MEN  EMPLOYED:         /?   NO.  HOURS  PER  SHIFT:  /Q  

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    jX,  TELEPHONE:      Z3Z  /Q93  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     j/_  ADDRESS:      -Q&£  ^A^sf^, 


GENERAL: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


CMS- 14 


DISTRICT:  ($/e/>^Ve 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING:    /^ujosf  Z.8.  /I '84- 

PROJECT  NO. :  20 )38  CONTRACT  AMOUNT:  $  

PRO  J.  NAME:    jr^gg^-  <^^^A/GT  CONTRACTOR:      Cop*    <^OA/^m.  <26., 

LENGTH:    g.  0Z,    (^y?A>/)<L  FROM  (town):  & //It /*/ <$  S ^  /r7T". 

COUNTY:         ^/£//Ss?sS£>   AWARD  DATE:   


Co/np{£T/QAj CONTRACT  TIME.  &&r&l      //-/5~3<f-        DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:    PROBABLE  COMPLETION  DATE:  //-/S—84. 

%  COMPLETE:   ^   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:  &   NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:  O  NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  ^ga/e-  TELEPHONE:    36>£T-  ZS7~7  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  e-f  /fa Jiuu*.  yj 

GENERAL:      //e    /#OrJ    -fie**—.  -£4<*.    <Cc,  JyacJw  ,     cn  ct> 
fp;//    S^&xdL  P,c')*e~^'  


'  a  sJXfV'-  v   JOm  r^->   gEjHUg        ^>  gg       '  "  j 

-//-e     ch  <?  id  *  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  ££e4gf±J/{ 


CONSTRUCTION  PROGRESS  REPORT 


PERIOD  ENDING:  j/-/?J>4/ 


FOR  THE 

PR0JECTN°-:  CONTRACT  AMOUNT:     %JfiO  £3Z  00 

LENGTH:-^^^   ™M(town):^2feZ^ 

COUNTY :  Qa^e/j  -  fa  „  ,^</,,r^AWARD  DATE:  ~Z^lJo^7?7J~ 
CONTRACT  TIME:^/^  /                       DATE  WORK  STAR^E^T^^^ 
ORDER  TO  PPnrppn  nA-ru.  ,  -      „   /   r  


 ^  -  s. 

ORDER  TO  PROCEED  DATE:  ~/?J 

%  COMPLETE: 

%  TIME  USED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK 
NO.  SHIFTS  PER  DAY:  ^ e 
NO.  HOURS  PER  SHIFT 


NO.  MEN  EMPLOYED: 
ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  " CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE: 
PROJECT  MANAGER:  X^,^/ 


f,~r~«Vtsf^,  TELEPHONE:  V#^~6> 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    £       ADDRESS :  ^£^^^7_ 


GENERAL:  ^ar-/C 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/22 IF 


DISTRICT:  ^r/ &?<//t/tl^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     A  U  9  us  J-  <#g  !?£</ 


PROJECT  NO.:  RR5-<£<2 W 'O)/  </ 
PRO  J.  NAME:  ,2%^,  £j*£ 

LENGTH :  £>«#3.  /77,  

COUNTY :  

CONTRACT  TIME:  us>£)  


ORDER  TO  PROCEED  DATE 
%  COMPLETE:  S0O 
%  TIME  USED: 
NO.  MEN  EMPLOYED: 


CONTRACT  AMOUNT:     $  b& 7 

CONTRACTOR:  ff^c^SiJc  

FROM  (town):       f'a.scUttc  ^gZZI 
AWARD  DATE:        ^yt/jAk;  19<f3~ 
DATE  WORK  STARTED:  ^Z^^^L^/K3 
PROBABLE  COMPLETION  DATE:    J^nc  £*£ 
NO.  DAYS  WORKED  PER  WEEK:  _ 

NO.  SHIFTS  PER  DAY:   — ■ 

HOURS  PER  SHIFT:  - — 


NO 


ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:  6 

:R:    A.  Em  a  TELEPHONE 

ADDRESS 


6,  -/  <?-<TY 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  J 


GENERAL:  yCT,^/    ^J-yyTy^/c       c^J^  I  </  ^ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  (^/^r?c//e/C. 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    /tfi/Qtsd-  19<P^ 


PROJECT  NO 
PRO J.  NAME 
LENGTH: 
COUNTY 


¥  7  3 


CONTRACT  TIME: 


f-RT/P-Ztf-Jte ) </Q  ^/<£2CQNTRACT  AMOUNT:  $  ^C*?SZ70 
^/^L,^J^<> t4h       CONTRACTOR:  ^J,  7/g 

FROM  (town):     <CV  £aMl 
AWARD  DATE:  S?<f3 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  /0O 
%  TIME  USED: 


NO.  MEN  EMPLOYED: 


DATE  WORK  STARTED:     Jcs/y  19  /9J  3 

PROBABLE  COMPLETION  DATE:   

NO. 
NO. 
NO. 


DAYS  WORKED  PER  WEEK: 

SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:    6>  -J  fa- ft/ 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  <^-7-<^V 
EFFECTIVE  OPENING  DATE:      &-2(,-g</  ■ 

PROJECT  MANAGER:    J  .£ .   Qc^/d^n      TELEPHONE:  7<?  7  ~S~7o  / 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


ADDRESS : 


/be  sJ-So- 


GENERAL: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ' g&  /9j9</ 


project  NO  •  F  23- 1  (6)1     M  8001  (3) 

PROT    UAMf  ' '  .Mjin  *  1  toyiHftL0ighteft«vd.  CONTRACT  AMOUNT:     $  </W  *<y<p  ^ 

Jiik&City      MHesCitSL.     contractor:  ^ZS£^ 

FR0M  <town>:  ^ 

AWARD  DATE:  ^/S-^^/ 


LENGTH 

COUNTY:  /^o^-  ~ 
CONTRACT  TIME:  x  ,  & 


ORDER  TO  PROCEED  DATE:  7-/gS</ 
%  COMPLETE:  ^ 
%  TIME  USED: 


DATE  WORK  STARTED:  7-/9 


3tL 


PROBABLE  COMPLETION  DATE:  //-<?>)/ 

NO.  DAYS  WORKED  PER  WEEK:  ^ 

NO.  SHIFTS  PER  DAY:  ~ 
NO.  HOURS  PER  SHIFT: 


NO.  MEN  EMPLOYED: 
ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY~D7s^ic7 CONSTRUCTION  SUPERVISOR- 
EFFECTIVE  OPENING  DATE 

TELEPHONE 


PROJECT  MANAGES:    ^  XU.  TELEPHONE :  /a93 

m.  OP  PNG.  PERSONNEL  EMPLOYED:    ^       AHHESS:  ^Z^^^^_ 

'jz^rt""  -V,- 


.   '  '  ■     ■   w  I^c.  ~^-B  / .  >  < 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     /)iJQf/rSl/'  /S^  l$J& 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


CONTRACT  TIME:  kJi-D. 


CONTRACT  AMOUNT:     $    72£L  OQ. 
CONTRACTOR:      J$£^££_    fosJtsSe,  CO* 

FROM  (town):  JBjAljjdgA  

AWARD  DATE:      Jj/j  /<}f3 
DATE  WORK  STARTED:  Qj £J? 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  //)f) 
%  TIME  USED:  tfS 
NO.  MEN  EMPLOYED: 


z 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 
NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


/ 


ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    J).  Dl/J&cAeg  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:      /  ADDRESS: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  (^hsd/hlifM. 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  C/J r  /93^- 


PROJECT  NO.:    #S  t&4~/(Z)Q 
PROJ.  NAME:  AS 4  La  AM  ~  O  T7Z?r  C£&*H 

LENGTH :  /<t/,As  

COUNTY :  !rM  /Q^  & t/^Zl 

CONTRACT  TIME:  Jc?  JiJ.  tO. 

ORDER  TO  PROCEED  DATE:  4/-/^-/^ 

%  COMPLETE:  

%  TIME  USED:  JO  

NO.  MEN  EMPLOYED: 


factor  :  n<e7*A/^  /d,*>^  7Z*»  . 

(town):  /I//' 


CONTRACT  AMOUNT: 
CONTRACTOR: 
FROM 

AWARD  DATE:     /LbuM 6sX  g /ffa 


DATE  WORK  STARTED:    /ty>&/£  /%f^ 
PROBABLE  COMPLETION  DATE:  Sepf. 
NO.  DAYS  WORKED  PER  WEEK: 


NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


ADDRESS: 


PROJECT  MANAGER:   fic/fit*  J,  Sjto/p/fygC  TELEPHONE:    Z3Z'  SO?3   

^  1  l~crnz   Qertt/Htb  si/so   tyst/o  ft  £ 0.  yTxs 


GENERAL 


*1<OJ<7/2 


fo*J7-ZSl/trd/L,f?//QtU 


7* 


i  6 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  {'j/^s/S./rc  £> 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:  <?'  <? Q?0j  j 

PRO  J.  NAME:-  ^x/^y  - /tf^Jizf 

LENGTH :  //A/y^  

COUNTY:  f~ '/<?/<<■/-  

CONTRACT  TIME:  P^S^CJ 

ORDER  TO  PROCEED  DATE:  .jTy^-^ 

%  COMPLETE:       '/".{I  %  

'Z6%/1  TIME  USED:  <&/%  


CONTRACT  AMOUNT 
"CONTRACTOR:     /  f  ,y 


I  (town):   /^//As/^/s:  /y/r,/Ass/r; 


AWARD  DATE: 


DATE  WORK  STARTED:   ^  /  g;  ^.  j 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


r. 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 


PROJECT  MANAGER ;/£^/>£v  S J  /J,„c  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:      2  ADDRESS: 


GENERAL: 


/^^Z  /-/£yys^  s^.-£?e  ^&*7s^£x£r_/  £s£t 


^2 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU' 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


7^ 


DISTRICT:  {T^Cr/tV/ifS? 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  S^/Z^S/^^/ 


PROJECT  NO.:    -A         ^fe/J/  </<? 
PROJ.  NAME:        S^MS/f^d U/ggfT'' 
LENGTH:  ^ ,  ?     s*77/C  C^S 

COUNTY:  C  IsS/^C^/P  

CONTRACT  TIME: 


CONTRACT  AMOUNT:     $  </??.  6  7  C\  tS~Q 

CONTRACTOR :  <T  C^V.  <T  Q/ysST  //yC . 

FROM  (town):     _^oVV-^  77 
AWARD  DATE: 


^>  A/A* 


0    <^S<Q  DATE  WORK  STARTED:  J7//6/&£ 


ORDER  TO  PROCEED  DATE:  _o 

%  COMPLETE:   

%  TIME  USED:  £p/ 
NO.  MEN  EMPLOYED:  O 


PROBABLE  COMPLETION  DATE 
NO.  DAYS  WORKED  PER  WEEK 

.  SHIFTS  PER  DAY:  br^^>£f 


NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      .T^S/P/rSff/l/  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:     /'/  ADDRESS: 


/9  L-^y^  o  /^wys 


GENERAL: 


~<3  CC  C  <~>f-Jt 


sc/p&y  s*7sy    s?<r<T,  /j~    ys?Kf  &#^£<£, 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  Q/eAj/i/C 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 

tfr/r  9V~4 C39)  /s-s- 

gz£L  Mill  /3 


1  CONTRACTOR: 


PROJECT  NO.:  CONTRACT  AMOUNT 

ti CONTRACTOR: 
FROM  (town) 

/Zo/r/f  /Tusfi'r'f/liAjJrr'  jfi^ftT  AWARD  DATE: 


PRO  J.  NAME:  g^JU  JJr  ^s  gfy 


LENGTH: 
COUNTY: 


CONTRACT  TIME:  ^g/^g  £y 
ORDER  TO  PROCEED  DATE: 
%  COMPLETE: 
%  TIME  USED: 


DATE  WORK  STARTED: 


NO.  MEN  EMPLOYED: 


36> 


PROBABLE  COMPLETION  DATE 
NO.  DAYS  WORKED  PER  WEEK 
NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT 


ACTUAL  COMPLETION  DATE:  tP-J'gV 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     A/0u* Ki  1/ JcA  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL : 


^      ADDRESS:  Q-f  ///g/.js^S 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  Q 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      g'~Z£ -&<4 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


18.  8  m  ,les>  


CONTRACT  TIME: 
ORDER  TO  PROCEED  DATE:  "/-/^-<gV 

%  COMPLETE:  

%  TIME  USED:  ^3  

NO.  MEN  EMPLOYED: 


C  to  H£ 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $   ^  439,  9?<fl, 
CONTRACTOR:      Qo/^l  6£o<>.  €  C'LcUrli  t 
FROM  (town):     Pn^^urj  /n<A/*J.  S~(ol&\ 


AWARD  DATE: 
DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE:  /$ 

NO.  DAYS  WORKED  PER  WEEK:        S~-fr>  <£ 

NO.  SHIFTS  PER  DAY:  /  

NO.  HOURS  PER  SHIFT:  Slc-rio-L, 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       U  fellj   TELEPHONE: 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    2-/|  ADDRESS: 


Z8  77 


GENERAL:      y/>e  oPes\ ^fo^c/ed  ^c-/'^    <?£>Q>rs*  LO<s~<L  Com/Oje  ~/e  c/ 


pio^c^o/  os7  -//e  ^sis/w^  shou/f/<?r'i/  (XI  SO  sAp  Cor>,^^  t4 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  #  ,ff¥ 


PROJECT  NO.:    £>S  242-  /  f4)  43>  CONTRACT  AMOUNT:     $   /  ggg.  <?£ 

PROJ.  NAME:   /0£/A/£  a/a  --^W^W^ONTRACTOR:      QjL£AUL    PeArfe/*/  £XC. 

LENGTH :   //),  <j    /)7Uc£   FROM  (town):     Zja/H  Mil 

COUNTY:          P/7//.///>6   AWARD  DATE:       JuZy    27^  jjtt 

CONTRACT  TIME:         9/)     li/.  J?-  DATE  WORK  STARTED:   

ORDER  TO  PROCEED  DATE:    PROBABLE  COMPLETION  DATE:  /^-/j/- 

%  COMPLETE:          Q   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:         ^7   NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  J).  t  Pl/Mc/j^^  TELEPHONE:  ^jV  ~  /7S6 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  /7/a/-//)  


GENERAL :   Z^T     /^^A/Ji/^  H^J/Da/  a/ F(~/?£Ta/C £ 

//eld  /a/  rAe  to^/v^  ^/s/W/  ^/y//^  jaJ 

A/y^S/  ?y   -TA/r-     &/2A>jj/aM-/s)£  &&A££ 

fti>./*r+    AA*,,  /    ^p/^//j2^.    ^  /9*&. 
/?M   7A£  P#e£„H  „  ffy&Jtf  wWr/ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT: 


4/3  o 


dtij 


PROJECT  NO. 
PROJ.  NAME: 

LENGTH:   

COUNTY: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      /Ic^^a/  2V 

O       CONTRACT  AMOUNT:     $     /  /3*/  /OZ.  .  ^.ST 

/•y.O  Wi  les  


FROM  (town) 
AWARD  DATE: 


CONTRACT  TIME:      SC    U)  .  O, 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  f  7 

%  TIME  USED:         7  2> 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 


PROJECT  MANAGER:  fr^J  tfJl^ 
NO    OF  ENG.  PERSONNEL  EMPLOYED:  " 


TELEPHONE : 
ADDRESS : 


3  6         2.*  7-7 


 £5  no 


GENERAL : 


ALL  ir&*\  no  aa  Pl<~t&&    ltyc  trpr  ^o*l 


 /  ^ 


 Lot 'kip  j  ff\  /r  T\t~te.  a  +~\ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  £lerto//i/£! 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING:    /?cy£JS~f' ^/-/f^f^ 


PROJECT  NO.:     rff  / '  fj)  0 
PRO  J.  NAME:     ^JPr^  e  -  /ftusf" 
LENGTH :  /S.  J~ 

COUNTY:         uf^W^  s?  

CONTRACT  TIME:      ?0  V.  


CONTRACT  AMOUNT 
CONTRACTOR:  _ 
FROM  (town): 
AWARD  DATE: 


ORDER  TO  PROCEED  DATE:      &-  £3 

%  COMPLETE:   

%  TIME  USED: 


73 
3<*/ 


DATE  WORK  STARTED:     /pyj,  /7-/7£3 
PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK:     \/arJO-  l)/c 

NO.  SHIFTS  PER  DAY:   0<0e 

NO.  HOURS  PER  SHIFT 


NO.  MEN  EMPLOYED: 

ACTUAL  COMPLETION  DATE:  &£h£*L 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    ^^MsJj3J£^£^.  TELEPHONE: 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:     /j^fj  //^4ufiyJ 


GENERAL 


a 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  ^le^lt/e 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    Atlf  HiT  Z3,  I  98*^ 

PROJECT  NO.:    &  33Z~Z(3)/Z  CONTRACT  AMOUNT:     $  2-6-3.  SO 

PROJ.  NAME:  /f^e?H£ '5ou/£  CONTRACTOR:   S^a^^ SqaH  Com ni.  &.s  JZvc 

LENGTH:  /V'/fS   FROM  (town):     /L«et>«*Aj  &!sa£mB£A 

COUNTY:    AWARD  DATE:    A/iy*3/.  /9S3  

CONTRACT  TIME:  DATE  WORK  STARTED:     t  Juajc  Z3.  /9<P3 

ORDER  TO  PROCEED  DATE:     £  '^/-^5-        PROBABLE  COMPLETION  DATE: 


%  COMPLETE:  /Ooj£  '       NO.  DAYS  WORKED  PER  WEEK: 

%  TIME  USED:  /02  'A  NO.  SHIFTS  PER  DAY:   


NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE:      7  -/f  -yfV 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:       ? Z 
EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:    DUA/j£J.  j§Qfflflg*   TELEPHONE:  &3&L/jQlJL  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _[_       ADDRESS:       Def/  O  f  ///<9j£q//?£/^ 

GENERAL :    ~J%C    ff^p   /}C^^^AlA/^e    of         \  IrcJ  UJ/PS 

p k  fgzL  <?<va/  ok  To  -h/ie  f),S7T£v<rr 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  ^AjJl.^. 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  /I cy gsr  28, 


PROJECT  NO.:  /?S  W7~/£7>V/£ 
PRO  J.  NAME:  /£//, 

LENGTH :   9  *f,i^S 

COUNTY:  fase.kaA 
CONTRACT  TIME:  (?£)  6(J.  & 


'  *&2zl£Zl/£>         CONTRACT  AMOUNT:     $  1,1^8^77.6^ 
So.  oP Posted  CONTRACTOR:  £ 'MtffjUfi ^SqajS .  Ld£. 


FROM  (town) 


ORDER  TO  PROCEED  DATE:  ^SO'S^ 

%  COMPLETE:  %£~  

%  TIME  USED:  £8  

NO.  MEN  EMPLOYED: 


AWARD  DATE:  <? 
DATE  WORK  STARTED:  jQ.  /9S1/ 

PROBABLE  COMPLETION  DATE:  (OtJ^ 
NO.  DAYS  WORKED  PER  WEEK: 


NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:    Qj&gJ.  J^/^/^TELEPHONE :  Z52- 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:      £  ADDRESS: 


GENERAL:  JJ^jP,^  J&e  StoJr 


(XsjP/sno  J$<r  /MJr  s?s*j*/  dj1  /<7S  7Q<7  -4«jcr  °}^/\  ' 


ZZtf4.    77)  f    ^JTeV^sUc/  A}#/>/s>*Aa«) .  'sj 


Ml 


9~ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 

A  1 


DISTRICT:  &etc//t;£ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    /^y?  J? A 

PROJECT  NO.:     JSP/*  -  <&3  CONTRACT  AMOUNT:     $  £ '?/  /  J# 

PROJ.  NAME:  /^7^  S^o  C *  CONTRACTOR:      ^C^g^T^  £ju2dZZ- 

LENGTH :         /j/S/)   FROM  (town):  J  ^//y  

ZWrni\jM/**/jK»ie*e/lhl/J/y  f  /%v#WAWARD  DATE:  </     3  6-/? #3 

CONTRACT  TIME:  -  ^  DATE  WORK  STARTED:  J'-,?0'<9j/ 

ORDER  TO  PROCEED  DATE:  PROBABLE  COMPLETION  DATE: 

%  COMPLETE:   NO.  DAYS  WORKED  PER  WEEK:  s^""" 

%  TIME  USED:   NO.  SHIFTS  PER  DAY:   ^  

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE:    & -/£  -£>j/ 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:    4^jmXjUU^A  TELEPHONE:      6>-S~3  -/0  J'tf  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     3_  ADDRESS:     /Prst  a/  /Jy>Aur/> y£ 


GENERAL 


7*4?  g/'/e  .  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


DISTRICT:  &/e.nd f\/e~ 


CONSTRUCTION  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:  >^j^/  2.8  /9£4- 

Qrtcrrr-k  J  /?roj  NO.    tf&S  '  <46»9~  /  fe)  j& 

fa.  /te^ROJECT  NO.  :  yggS  £S  fe)  JO  V  CONTRACT  AMOUNT:     %  &  7Z3.  9& 

PROJ.  NAME:  S*oujJe.n     Ptr/J^A.  CONTRACTOR:  jConJ^  /^rJy.^b.  (/^.O-  go*  /£~3  ) 

LENGTH :  /?7//eS   FROM  (town)  0«tr  fZiJb.  /uJ/j^s/^ 

COUNTY :  M  c^4j>/c-  /Q>,  //tim  -  /IA  £>>  AWARD  DATE:       J2 -  2.  - g  4-  (JT^6J£_ 

CONTRACT  TIME:  S~/ Z    W.  D.  DATE  WORK  STARTED:  84 

ORDER  TO  PROCEED  DATE:   2-J3~84-  PROBABLE  COMPLETION  DATE:      8  -  4-2S~ 

%  COMPLETE:  <4-<f-    NO,  DAYS  WORKED  PER  WEEK:  S~ 

%  TIME  USED:         J^Z   NO.  SHIFTS  PER  DAY:   /  

NO.  MEN  EMPLOYED:  Z-O   NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:    • 

PROJECT  MANAGER:  R^//  Pe-JetX en         TELEPHONE:    S"7Z  '  43Z<7  fin  f  reject  ) 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:    jjt        ADDRESS:     //.  D.  jji^hou^y    De.pt.  got 

#£  £V,  //tj  Jem    M  £>4&4?3~ 

GENERAL :    /^Kn-t.    <^o  >vhrA  c  J-o*'    ^c.ic/ex.  £os  r* •  me*-*  d  pi*r 

dap  J-^rrry  s     g^i    pfe  v    s/O .  Z ,  .5*?  /"  <J-cv  *ns   J^etv     Pie.r        f>  Or* 

P/ev  A/O  3,        pbur-e  g-33    &<f    o     P,<t,  A/O.  J>&/- 

On  Pi<?r-  /JO.  <£r  £>><nr<  /-J-  gjA*  a  >,  J  poured  S*-«/  X  "JW- 
o>->      Pier    A/O.       „        ^bo>-e  J    <r^/u*n  n  -   g-/S~-#<f  Pi^v    NO  ST. 

///Gjct'    ~S</y  u  <r  *Jt~        ,p.iis      trt+e.  ■  £7c*i<?r<r' 
js/ee  I       /8  7c  ,       s  je<e/         /">  <j      go  %  .      t^hdMr  d a  ~  > S  <£>3 '  7c> , 

O^fip     Sut^i    /  Jems  7o  .  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


/4  f 


DISTRICT:  LLCa/OM£ 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      A4C.  ~Z  &  19**1 


(3) 


DATE  SURVEY  AUTHORIZED:  ///o/fV 


TMosrt  Ps  <W    e#f£K  -     DATE  WORK  STARTED: 


ESTIMATED  COMPLETION  DATE:  Rp/Z/L 


DATE  SUBMITTED  TO  DISTRICT:  //zf/fV 


PROJECT  MANAGER: 


NO.  PERSONNEL  ASSIGNED: 


TELEPHONE : 
%  COMPLETE: 


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT:  ^LCsSO^C 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       fJU6,.   1  ft  /iPj 

PROJECT  NO.  :      BE  C f\  DATE  SURVEY  AUTHORIZED:  /f/zg/H 

PROJ.  NAME:   LAST  rcec    S//or^ts«s  C£.  -  DATE  WORK  STARTED:  -<-v-~ 


HOOi>€\j£L.r  Oo. 

LENGTH:  a.  1   /voices   ESTIMATED  COMPLETION  DATE:  ^/3a/fS 

DATE  SUBMITTED  TO  DISTRICT:      &I12)  f"/ 


PROJECT  MANAGER:  TELEPHONE: 


NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:  O  °A 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/ sw/221E 


DISTRICT: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 


FOK  THE  *I»  «DI»0=      i^l  #  W£ 

PROJECT  NO . :  f?)  Sty  DATE  SURVEY  AUTHORIZED: 

PROJ.  NAME:  fi&JL  ~£AA<jjoaJ  DATE  WORK  STARTED:  7-  Sf_ 

LENGTH:        /5  J    ESTIMATED  COMPLETION  DATE:  gzlllsL 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  Pl/&X:/{g£  TELEPHONE:   

NO.  PERSONNEL  ASSIGNED:      £  -f/0  %  COMPLETE:  7&  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  £/VD  \<S£ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:      A  li  6,.  Z&      19  ?Z 

 jt  


PROJECT  NO.:      £S  3,  H  H  -  I  C  s)  Z<3  DATE  SURVEY  AUTHORIZED:      1  1 13  /?4 

PROJ.  NAME:      1.  S   /W  /  u4.  OF  fEolh   DATE  WORK  STARTED: 


LENGTH:  1 '.  L    M  /  c  £  S.   ESTIMATED  COMPLETION  DATE:  lc/zU?<j 

DATE  SUBMITTED  TO  DISTRICT:  $lzx) 
PROJECT  MANAGER:  -^v-  TELEPHONE:  -~ 


NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:  <D  °/c 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT:  £>L£a/Di\/€ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      fidC    Zt  l^gj 


PROJECT  NO. 


F  ~LC -Ui)  3 


DATE  SURVEY  AUTHORIZED:  Elzlh1! 


PROJ.  NAME:     SiDr/eY  - D.  DATE  WORK  STARTED:  ^/z/f/ 

LENGTH: 


4.  8  sSUtfS. 


ESTIMATED  COMPLETION  DATE:  <7/zj7tfV 


DATE  SUBMITTED  TO  DISTRICT:  f/zf/W 
PROJECT  MANAGER:       B.  ££LCV 


NO.  PERSONNEL  ASSIGNED: 


TELEPHONE: 
%  COMPLETE: 


-  zrii 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT:     6>L  CNDw/cT 


PRELIMINARY  SURVEY  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:      Fl  UC.  Z  fi 

 /  


PROJECT  NO. 


F  IS  -  I  Cz)  I  DATE  SURVEY  AUTHORIZED:      ll  II./  S"/ 


PROJ.  NAME:      AO/c£S   dfrV  -/•>/.  tW.       DATE  WORK  STARTED: 


LENGTH:  1.  -T    svml.CS  ESTIMATED  COMPLETION  DATE:  \ollUH 

DATE  SUBMITTED  TO  DISTRICT:  XizSl ' %M 


PROJECT  MANAGER:  TELEPHONE: 


NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:  Q 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/22 IE 


DISTRICT:  CaLCsjQw/t 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      RUC  Z2 .  \^S4 

PROJECT  NO.:      F  Z-l  L  ?)  DATE  SURVEY  AUTHORIZED: 

PROJ.  NAME:     FALL^sJ  <To.  £~  i  W  DATE  WORK  STARTED: 


LENGTH:      1  S~.  O    rS7/  ieS   ESTIMATED  COMPLETION  DATE:  ta/zc/fj 

DATE  SUBMITTED  TO  DISTRICT:      g/z  l/j4 
PROJECT  MANAGER:  TELEPHONE: 


NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:    O  °/o 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  /O , /£" 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     AlJC.   Z  P>  1^x4 


PROJECT  NO.:     FIZ  C/z\  Lll         DATE  SURVEY  AUTHORIZED:       1 1  to/  f<4 

PROJ.  NAME:     <UJ Lg£ e.rs  <w  -  isSesT      DATE  WORK  STARTED: 
LENGTH: 


ESTIMATED  COMPLETION  DATE:  lollL/i4 


DATE  SUBMITTED  TO  DISTRICT:  Zlzx/sJ 


PROJECT  MANAGER: 


NO.  PERSONNEL  ASSIGNED: 


TELEPHONE : 
%  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:  iO^S 


DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    A  UCfUS/   3  /  -  I<9f4- 


PROTFCT  N1JMRFR  &  NAME 

DESCRIPTION 

NEXT 
MILE- 
STONE 

M-HRS 

USED 

THIS 

REPORT 

PERIOD 

% 

COMP 

EST 

COMP 

DATE 

c/i/er/ay  

Pre- 

>  1*1 

to/ 

'64- 

f=L51_r3  (242  4l?  

Nionre.  -  L  e\A/i.s  to  wn 

Pre 

Q 

to/ 

ui/er/ay  

F/n?/ 

(%4- 

fas  (j_y±  

f=/rjd/ 
F>IH 

9         '  *  1 

12./ 

fYL&JiQL  U )_  _  _  _ 
UoidJLCL.  £££££££  

Qyejii  a.y-  

P/H 

£1 

^/ 

'%* 

vYGrfgy  

O 

SO 

/fa- 

65 3Q2l-±CL>  _  _  _ 

Public 

O 

/ 

ta/ 

I3i/lm^^  -  /Vmrth  

1      I  If 

O 

faeanisJ-ruc-tioiD.  _ 

Pre; 

*      *  *  1 

O 

4- 

&$-3'QS-J  (big 
E.  of  Sear  creek  ~  KSMtrv 

Wi'denma  2nd  Over  Ids/ 

Find/ 

qo 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221D 


/3  / 


DISTRICT:  /f/jU.JAjG3> 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  9-  -S"-  X^f* 

PROJECT  NO.:  ^O-SC^S) 
PRO  J.  NAME:  &/a/T & . 

LENGTH:  S 
COUNTY:  SumeTtstaxS  f'ShtUofm?* 
CONTRACT  TIME:  fjS>jd*£t£ii££k  & 3 
ORDER  TO  PROCEED  DATE:  Z.  ~&  <f 

%  COMPLETE:   ^fS  

%  TIME  USED:  7  

NO.  MEN  EMPLOYED:    So    7h  3(f> 

ACTUAL  COMPLETION  DATE:   '_ 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  /£,  //j4&T>»/*J  TELEPHONE:  ^jS'J.  -  ^/^fg 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  ^ ss 


GENERAL:  Ge>*rrstA  c~To^  Z^^mT 


CONTRACT  AMOUNT:     $  g  9 O 

CONTRACTOR:    Mct/a/TY^  Co 

FROM  (town):  <^>g797~  &  

AWARD  DATE:  4-  ~  9  -  St*  

DATE  WORK  STARTED:       <£ - 

PROBABLE  COMPLETION  DATE:   

NO.  DAYS  WORKED  PER  WEEK:  6> 

NO.  SHIFTS  PER  DAY:  / 
NO.  HOURS  PER  SHIFT: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:    /4^jL,  aJC  Z> 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        <?--5~-  &>  <? 


PROJECT  NO.:  Q  Q -&  (<?c)  <?/ 3 

PRO  J.  NAME:    A>*ttC<TY  S.  cU. 
LENGTH:  /6>Q  QuItMSa 

COUNTY :        ^Ti  LL.l^v  £>  T B.  /?  

CONTRACT  TIME:  SXa^amT.aJG  dfi*^ 
ORDER  TO  PROCEED  DATE:  9-/9-<g.g 

%  COMPLETE:  g> £  

%  TIME  USED:  <£  Q  

NO.  MEN  EMPLOYED:   

ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  ^  g> 7^. 

CONTRACTOR :  g*,A>je£  SaajA  SGmAusL  <2 . 

FROM  (town):  ««,  

AWARD  DATE:  <f-^9-   


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


NO. 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

yCT  x/ju*r>HAA±  TELEPHONE: 

_       ADDRESS:   ^^^^  sV77~ 


PROJECT  MANAGER: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL:  uta*.*:  Oej&L  ~r?t& 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  3lt-U*/C>^> 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       3  -  3  -  <g,4 


PROJECT  NO.:     JEDQQ -g)f^FT?>J  <J?„ 
PRO  J.  NAME:  LoDGEGPA?>S  -  E>ODTt4 

LENGTH :     /A  7  A?//  ^  

COUNTY:     B/^  iJnPxf  

CONTRACT  TIME:  Z5Q LkJb&tUAfC DaVZ* 
ORDER  TO  PROCEED  DATE:  /0-3/-S3 

%  COMPLETE:  38%  

%  TIME  USED:         3/  %  

NO.  MEN  EMPLOYED:   

ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:    $       729,2.77.  Sg) 
CONTRACTOR:     fig^^  g^^/llf/*^  A/d. 
FROM  (town):      3UTT&;  AJoaItAA/A 
AWARD  DATE:  3-3Q-S3  


DATE  WORK  STARTED: 


z-zi-e>^ 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   /_ 

HOURS  PER  SHIFT:  3 


NO 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    D.C. Kt TTEFi^n/J         TELEPHONE:  G^3-Z^Z3 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:     ZO       ADDRESS:      /?£>,  3<OK 


GENERAL:     P/aOCP^SS    GoOD  *    bJoie/C  J  A)  P/20£JZ£'5>S  f£)AJ^JST&D 

s>/=r  g/g/?£>/Afc;  D/zaja/a^}  S/jegjgxAJ&.  £  SmacraP^i  £/zadi/s<l  is> 

&£Elkf&  DoAJfZ  F&CM  ZiS+00  72><&&jf$  P>P£  ^  QEid£JAl*a%U££}  FP&H 

f^oAM^n  At/x  Saaj/i.  bJ/>/>x  u$  ftf~/Aj&  Doug  ojl)  f5T/?<j<^r/iPj=?>  At. 
4R±iss  4-423±.    (hi£.  tiALi=r  OPT  Tti^O&lK  PndPS  Mai/gt 

Purr/**)  UJnPX.i  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  Billings 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       August  31 ,  1984 


PROJECT  NO.:  I  ID  90-9  08)5^9  u~2 
PRO  J.  NAME:       Wyoming  Line  North 

LENGTH:  5.2  Miles  

COUNTY:  Big  Horn  


CONTRACT  TIME : 


220  WD 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   48_ 

%  TIME  USED:  51 


8-5-83 


NO.  MEN  EMPLOYED: 


81 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  7,261,180.56 
CONTRACTOR:       Hilde  Construction  Company,  Inc. 
FROM  (town) :         Great  Palls,  Montana 
AWARD  DATE:  8-5-83  


DATE  WORK  STARTED: 


9-6-83 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


6-15-85 


Sl 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

TELEPHONE : 
ADDRESS: 


PROJECT  MANAGER: 


R.  Schaak 


343-2501 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


21 


P.O.  Box  366 


Wygla  Montana 


39089 


GENERAL :     Work  in  progress  consists  of  Hilde  Construction  Company,  finishing 
Sub-Grade  and  placing  Sand  Sub-Base  material  and  Topsoil  throughout  the  project. 

The  Sub  Grade  has  been  completed.  

Martinez  Construction  Company  has  completed  placing  the  drainage  culverts,  and 
are  now  placing  Rip  Rap  at  various  locations  throughout  the  project  and  on  gen- 
eral clean  up.  

COP  Construction  Company  placed  concrete  for  the  Superstructures  at  station 
973/50.  and  for  the  Substructure  at  station  1086/30.  


Grading  Items  are  90%  complete,  Drainage  Items  are  95ff  complete,  CI.  AD  concrete 
is  88%  complete.  CI.  BP  concrete  is  100#  complete.  Structures  as  a  whole  are 
57ff  complete.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  Billings 


CONSTRUCTION  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:        August  31 ,  1984 

I  ID  90-9  (62)5^3  & 
PROJECT  NO.:    F  7*M  (2)  0  U-2  CONTRACT  AMOUNT:    $  7,977.895.95 

PRO J.  NAME:      Wyola  South  &  Wyola  Conn.  CONTRACTOR:      Hilde  Construction  Company.  Inc. 

LENGTH:   5.8  Miles   FROM  (town):  Great  Falls.  Montana 

COUNTY:         Big  Horn   AWARD  DATE:  8-26-83  

CONTRACT  TIME:  220  WD   DATE  WORK  STARTED:  4-9-84  

ORDER  TO  PROCEED  DATE:         8-29-83  PROBABLE  COMPLETION  DATE:  8-15-85 

%  COMPLETE:   30   NO.  DAYS  WORKED  PER  WEEK:  5 

%  TIME  USED:   49   NO.  SHIFTS  PER  DAY:   1 

NO.  MEN  EMPLOYED:  42   NO.  HOURS  PER  SHIFT:   9 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:  

PROJECT  MANAGER:         R.  Schaak  TELEPHONE:  343-2501  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     21_       ADDRESS:   P.O.  Box  366  

 '.Jyola  Montana  5v08Q 

GENERAL :    Work  in  progress  consists  of  Hilde  Construction  Company  grading  and  ' 

placing  Sand  Sub-Base  material  between  station  850  to  940.  

Martinez  Construction  Company  is  placing  drain  culverts  ahead  of  the  grading 
operations  and  placing  concrete  cutoff  walls  on  the  12*2"  S  x  11'Q"  R  Vehicular 

U  Pass  at  station  737/00.  

COP  Construction  Company  drove  piling  and  placed  concrete  for  the  Substructures 

at  station  663/25  

Grading  Items  are  42ff  complete,  Drainage  Items  are  75#  complete,  Piling  is  100% 
complete,  CI.  AD  concrete  is  59#  complete,  Structures  as  a  whole  are  26%  complete. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      /)ufusr  Zf, 


PROJECT  NO.:  ZS-z(//)fi7_ 
PRO  J.  NAME:       RovD  <&u7?/ 

LENGTH:  /?7//<fI5  

COUNTY:  Ca/?&&a/  

CONTRACT  TIME:  Ia/^^  rxz,^ 

ORDER  TO  PROCEED  DATE:     A -/-A 4- 

%  COMPLETE:   J3£  

%  TIME  USED:   2£  

NO.  MEN  EMPLOYED:   35~ 


CONTRACT  AMOUNT:     $     /,  £4-/,  C73.S7 
CONTRACTOR:      /?exaes4>  <£ycAVAr,*>d,  TTajc. 
FROM  (town):        /.sa/q  LAK.es.  /77/A/M 
AWARD  DATE: 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 
NO.  SHIFTS  PER  DAY:  _/_ 
NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:  A//  A 
PROJECT  MANAGER:        C./T7.  Lo^/»a/  TELEPHONE:  24-8  '332-7 

NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


/V//7 


ADDRESS : 


GENERAL:       Z^T  5oA  jEer/Mi/slC    /S  &5^>  7&£-  &gg&££r 

fj/>  77/e  //*r         £_  sL/^e  7^  S^r 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 

//s 


DISTRICT:  &/LLjriGS 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:  Pt&fJXF37-j(z\  O 
PRO  J.  NAME:    Qfau)  AG&&y  ~  B&9j 

LENGTH:  S  7  /TJ/IFS  

COUNTY:  /?/(T  /¥0/?Al  

CONTRACT  TIME:         /£>D  Ct)  £>. 


ORDER  TO  PROCEED  DATE 

%  COMPLETE:   

%  TIME  USED:   


NO.  MEN  EMPLOYED: 


35. 


CONTRACT  AMOUNT:     $  ^^5^93,09 
CONTRACTOR:      /r//  QfT£PAL  fSb*&. 
FROM  (town):       ffl/lSS  d/7y;  /flpNj. 
AWARD  DATE:  Jl/iy  ^  /93^ 

DATE  WORK  STARTED:  7/Z3/x*J 
PROBABLE  COMPLETION  DATE:  7/3//3S 
NO.  DAYS  WORKED  PER  WEEK:  5 

NO.  SHIFTS  PER  DAY:   g  

NO.  HOURS  PER  SHIFT:   g  


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

TELEPHONE : 
ADDRESS : 


PROJECT  MANAGER:  /fefl 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  Zl 


P.O.Box  4<bQ 


GENERAL: 


QjRGud  AtM.^  Mod. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  £££4^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  S'JSf^S'j 


PROJECT  NO.  :  /=&//' &Cf 3 P/Q)0 </2C0NTRACT  AMOUNT:     $  /S^OOO^QO 


PRO  J.  NAME:  Ckboi  fe&JCy 
LENGTH : 

COUNTY:  £sG 


CONTRACT  TIME: 


CONTRACTOR:    ^QLO  7&&£ 
FROM  (town) :        (2^  4^*4^ 
AWARD  DATE: 

DATE  WORK  STARTED:  7~/6'^ 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   S"6t 

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


JUL 


PROBABLE  COMPLETION  DATE:  /Q-/S-R<~l 
NO.  DAYS  WORKED  PER  WEEK:  5 

NO.  SHIFTS  PER  DAY:   /  

NO.  HOURS  PER  SHIFT:  /£>  


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE : 
ADDRESS : 


PROJECT  MANAGER:    //.  ^777^?/^/^ 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  3 


63  S- 44?  7 


fadbx  4ao 

general:   /Zztte    /s  rtvr?/frr&>    /j*  7b    S7tf  34omo 

£/.  f/ft.   f  /hsr  <:^r  /;/>   to  32* 


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  &///4f± 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     J„f.  )<?%-<£■ 

#rf h-3 c^yrs-f 

PROJECT  NO.:     jPry^j.g/yj  s  jr 
PRO  J.  NAME:  ^4^4fcc 
LENGTH :  jL*L£t&k 
COUNTY:   

CONTRACT  THfldL^. jfeX»  Jy/  /  i  W 

ORDER  TO  PROCEED  DATE:   

%  COMPLETE:  <p  

%  TIME  USED:   

NO.  MEN  EMPLOYED:   

ACTUAL  COMPLETION  DATE:  <S>&-g7-&f 
DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  a9-o/- 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  -72.  fe^g  TELEPHONE:  &2Jt^JtZ£L  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    ADDRESS:        p  p.  J?*,-*   

GENERAL:   _ j  _  c~f w^?fe  Je  *  / *r»J?.r  ^         d '•/,'*-  * 


CONTRACT  AMOUNT:     $  .g^ 
CONTRACTOR:  /f^A^y 
FROM  (town):  ^^j^, 

AWARD  DATE:     ^gr___  rJt£.  

DATE  WORK  STARTED:  3  -8*f 

PROBABLE  COMPLETION  DATE:   

NO.  DAYS  WORKED  PER  WEEK:  _____ 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  4V  )  9^4- 


PROJECT  NO.:  Cl)37 
PROJ.  NAME:  S  &g&^U  &L*  £L  Mtm^f 

LENGTH :  „  ?X   

COUNTY :  htf**JJ*mjL  


CONTRACT  AMOUNT:     $  Z7J  3???. 
CONTRACTOR:  & 
FROM  (town): 
AWARD  DATE: 


gg-^f  rag  g  - 


CONTRACT  TIME: 


DATE  WORK  STARTED: 


as-  &  z.-&<t 


ORDER  TO  PROCEED  DATE:  04  - 3o - 

%  COMPLETE:   y&  o  

%  TIME  USED:  


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:  dS-3o-?'4- 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  g<z. 
EFFECTIVE  OPENING  DATE:   

TELEPHONE :      S3  S-  "  373  I  

ADDRESS:         &  g>,  „g?W  gHgjf  


PROJECT  MANAGER:  TlL  p~  f^Ve 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22  IF 


DISTRICT: 


5130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        August  24,  1984 


PROJECT  NO.:       F  |7-  3  (13)  103 


CONTRACT  AMOUNT:    $  1,373,185.80 


PRO  J.  NAME:  Grassrange-West 
LENGTH:  9.7  miles 

COUNTY: 


Fergus 


CONTRACTOR:    Glenn  Rehbein  Excavating, 

FROM  (town):  Lino  Lakes,  Mn.  

AWARD  DATE:     May  31,  1983  


CONTRACT  TIME: 


80  working  days 


DATE  WORK  STARTED:     July  28,  1983 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  1QQ 
%  TIME  USED:  85 
NO.  MEN  EMPLOYED: 


5/21/83 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFT'S  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:       June  26.  1984 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:        PasSQW   TELEPHONE:  538-8731 

1        ADDRESS : 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


P.O.  Box  491 


Lewis town.  Mt.  59457 


GENERAL:         The  Project  Final  has  been  submitted  to  the  Billing  District 
office.      One  item  still  is  pending.    The  white  epoyy  paint  did  not  meet 
specification.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  5130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        August  24.  1984 


F  57-3  (OQ)  \?\ 
Minnett-West  


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  9.1  miles 

COUNTY:     Fergus /Petroleum 


CONTRACT  AMOUNT:    $   5.  517.998.81 
CONTRACTOR:     Hilde  Const.  Co.,  Inc. 

FROM  (town):      Great  Falls,  Mt.  

AWARD  DATE:     JUISmtXXMXXHM  8/5/83 


CONTRACT  TIME: 


160  working  days 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  75 
%  TIME  USED:  58 
NO.  MEN  EMPLOYED: 


8/26/83 


DATE  WORK  STARTED:  August  30,  1983 
PROBABLE  COMPLETION  DATE:  7/1/85 

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

Passow   TELEPHONE:  538-8731 

ADDRESS: 


PROJECT  MANAGER: 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  1-5 


P.O.  Box  491 


Lewis town  ,  Mt.  59457 


GENERAL:    The  placing  of  the  Cement  Treated  Base  and  Fencing  have  been  completed 
The  paving  is  to  be  accomplished  soon  after  the  9/15/84.    No  schedule  has 

been  received  for  the  seeding.  

133,059  tons  of  C.T.B.  was  placed  using  6,959  tons  o€  cement.    205  tons  of 
MC-70  was  used  for  seal  oil  with  2774  tons  of  blotter  material.    84.7  cu  yds 
of  Cone.  CI.  D  was  placed  in  cutoff  walls  and  slope  protection.  306  cu  yds 
of  Random  rip  rap  was  placed  in  the  small  drainages.    The  Farm  Fence  Items 
are  100%  completed.    F2M   3,766  reds;    F5M   1,658  rods;    single  panels    84  ea 
double  panels    176  ea;    Type  G-2  gate    958  In.  ft.;    temp,  fence    463  rodsy 
A11  the  permanent  signs  has  been  placed.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  ^J^AfM 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  f  /9S*f 

PROJECT  NO.:     j/£ S  <£f-  I  fz)  7  CONTRACT  AMOUNT:     $  //  <?  34  ,g<5 

PROJ.  NAME:            jLzLAsa.            fr*ec  CONTRACTOR:      g&uiuzaAi.  £&&£u£# 
LENGTH:  9f}3   *    FROM  (town):  Mx-r/, 


COUNTY :   WA^J/^^J   AWARD  DATE:        4  ^  -  ^  9  =  ggc 

CONTRACT  TIME:  >t//l   DATE  WORK  STARTED:  -/s-- S*f 

ORDER  TO  PROCEED  DATE:   o+-/<c  PROBABLE  COMPLETION  DATE:   

%  COMPLETE:   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:   3£   NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:  NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  -/jr-S=^. 
EFFECTIVE  OPENING  DATE:  /  


PROJECT  MANAGER:  t2ej£jc£>  TELEPHONE:  3 s- -       3  j  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    ADDRESS:  /?        £?a  ^  ^  <?  / 

GENERAL :  ^   /?„j^/,J  ^/./.  .  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  sSlM^S, 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  /<? &f 

PROJECTNO.:        /^l?-/  f3)j0-  CONTRACT  AMOUNT:    $  /  9^3  aJSf. £6 

PRO  J.  NAME:  M  /aCJ*^  „  -  g£  M.  CONTRACTOR:  ^_J/G~.,J^  ^ 

LENGTH:        ■  *  7  4^  FROM  (town):  'Jj.W/J^  

COUNTY:         AjA—JL-J   AWARD  DATE:         &  /  -  *  a  

CONTRACT  TIME:  Jqq  >sn   DATE  WORK  STARTED:        a  3-/ 

ORDER  TO  PROCEED  DATE:  -frf-  PROBABLE  COMPLETION  DATE:   

%  COMPLETE:   ££_   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:  gj   NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:  NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  ^T)e  j/Z^  TELEPHONE:    &3  8"  S-?3  /  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:       /?  a.  &o<*  /  

GENERAL:         ^>  /3L,J.„   /l^-/^  . -L  ^    L,    *»^/*J*J  J/r 

 /  /^»*  •/  styeror-f.       ~C**   r//^r  7^  /o^^//,  

 ^Sd£j£ — S  £e  &  "tfrst^t-Kt&rfv       cA  s  f7      r>&^ r>r  m   a  '^'^•/■/yO/^^   


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  £iOjvG-S 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:   

CONTRACT  AMOUNT:    $     7//,  Bo2 
CONTRACTOR:  £/X.V£-£OAJ    dpAJST  CO- 

FROM  (town):  A^fi/ZD/tO  

AWARD  DATE:  4 '  SC '-#4  

DATE  WORK  STARTED:       5~2I '84  

PROBABLE  COMPLETION  DATE:  9' 
NO.  DAYS  WORKED  PER  WEEK:  S 

NO.  SHIFTS  PER  DAY:   / 

NO.  HOURS  PER  SHIFT:   /Q 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   ^~  

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:  /MUM)  P-  QCMM/QAS         TELEPHONE:      245'  98QZ  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:      5_       ADDRESS:     QePT-  tf</£OS  

GENERAL:        A/f  tf&AJT/2ACTO%.    Co^PL&TED    &e#L  4  @0j&gW>»lS 

oaJ  T/)€l          4eQge_  z  ^ocvsngQ^  APoan.    Seac  j  douce.  oP<=eATio*iS 
d.o*n peers.  


art" 4-1 67)34 

PROJECT  NO.:  /2tF  7ffi OJ O 

PRO  J.  NAME:  /2soZe>v^s  -  doca^Bct  <; 

LENGTH:  /T?S6ES  

COUNTY:  /*<mtZJuaTlse 
CONTRACT  TIME:  &<,>  f&PT.  /j  /984- 
ORDER  TO  PROCEED  DATE: 

%  COMPLETE:        98  °/p  

%  TIME  USED:  ~ —  


NO.  MEN  EMPLOYED:  23 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ s w/ 22 IF 


DISTRICT:  B^/aj&S 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      /}c/6t/ST  29.  74S4 

PROJECT  NO.:      /ft /ooZ  {z)   CONTRACT  AMOUNT:    $  £S7.3S/.£5 

PRO  J.  NAME:  #qaD  CONTRACTOR:      ft/f^S  TA^ , 

LENGTH :  Q .  3<?  777/^  FROM  (town):  gfakZL 

COUNTY :  LU>a>*70Ai *   AWARD  DATE:       A/WfsnX^/?  "Z 

CONTRACT  TIME:  <?Q  W£>/e£/#6  DATE  WORK  STARTED:  /ft/t&A/  /4-.  £96¥- 
ORDER  TO  PROCEED  DATE:     /)P/?/C  /£,  /<9&4  PROBABLE  COMPLETION  DATE: 

%  COMPLETE:   NO.  DAYS  WORKED  PER  WEEK:  £~ 

%  TIME  USED:   ffS"~   NO.  SHIFTS  PER  DAY:   / 

NO.  MEN  EMPLOYED:  /£>   NO.  HOURS  PER  SHIFT:        #  g/e 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  /y/jt,  

EFFECTIVE  OPENING  DATE:  /v/g 

PROJECT  MANAGER:     £.07  /.0A?Aa/  TELEPHONE:  £&LzJ$M£Z.  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:         <£-2<?-  7770/?er&  Sr^&rr 

GENERAL:      -7ZTe  <^/r7rfs4«A/>7^  r  /AJ  /r&tl   /-$  ^/x>/%^7ZT 

Titer  f->is/jjen  £  *7*rn/AA>  frAPZJtrse-  /S  /A>>  7&£~ 

<>/6/L>trt/6,  £   &G<L/fO£'/iT/«»>  /X  STW/?/^T^  70£-  n7J>/>£ 

P/Zo rt<c  rrc'/v         700*%  ^^^yg.  777^  ^^/r£7~^/<r*J c  ^/ar/^ 
777 £~  ££*sre*£7-  '5>  ~7c>*Z>  &&2&£2Mt  7/o  s°£&  <5&t£iS  //vt/t&fc* 

rtc-rr  /^  74 4.  Je£  T^b/ig-  <33E£&&4£&.  £fezi  ^ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


DISTRICT:    /&s^,a/&  -g> 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  &  & 


PROJECT  NO.:   AS7 S&S &  CcA 

PRO  J.  NAME:  4&  A/.  //.  gj&K.  ^>T 
LENGTH :    /)T  S^me&MaY,* 

COUNTY :  VZg<u.oou*cr*M  

CONTRACT  TIME:  C^^OAA  AtiES* 
ORDER  TO  PROCEED  DATE:  j,^^ 

%  COMPLETE:  ^7  

%  TIME  USED: 


CONTRACT  AMOUNT:     $  &2  99*Z.  CO 
CONTRACTOR:  A^y^AjJyO 

FROM  (town):  ^^ffia  

AWARD  DATE:  ^~  9~&_3-  

DATE  WORK  STARTED:  & 3 


NO.  MEN  EMPLOYED : 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 
PROJECT  MANAGER 
NO 


OF  ENG.  PERSONNEL  EMPLOYED: 


TELEPHONE: 
ADDRESS: 


GENERAL :   ^   &ia*t&L  ZL/^g  . 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  5130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         August  24.  1984 


PROJECT  NO.:      RS  236-1  (06)  32 
PROJ.  NAME:  Winifred-PN  Ferry 
LENGTH:         17.0  miles 
COUNTY: 


Fergus 


CONTRACT  TIME:     45  Working  Days 


ORDER  TO  PROCEED  DATE:    July  30,  1984 

%  COMPLETE:  2  

%  TIME  USED:  _U  

NO.  MEN  EMPLOYED:  fi 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:    $  304,782.20  

CONTRACTOR:      Wickens  CoBBtruction ,  Inc. 

FROM  (town):     Lewis town  

AWARD  DATE:       July  6,  1984  

DATE  WORK  STARTED:       August  20,  1984 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


Oct.  19t  1984 

5  


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       Passow   TELEPHONE:  538-8731 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    1-2        ADDRESS:       Lewis town,  Mt. 


GENERAL:        The  G20-1  and  G20-2  signs  were  installed,  and  crushing  and  stock 

piling  of  the  Top  Surf.  1  in.  Gr.  2B   surfacing  has  begun.    Shaping  the 
 roadway,  hauling  and  laying  the  surfacing  will  hpgin  in  the  near  future. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  B'2.e>-ftH 


PROJECT  NO. : 
PRO  J.  NAME:     ST&XS  M^wT^^^Ki^ 

LENGTH :      <g,T-<s<  W  £  

COUNTY.     Vg  lifcW^Tfr  m  6  a>  £  A  <?  e^Ki 


CONTRACT  AMOUNT:     $  1.79,730  OS: 
CONTRACTOR:     ECKfcgT  rrmSTPOcTifsW. 

FROM  (town)  :    M'lLg.^.  C  \T~y  

AWARD  DATE:      t\-?.0  A"^  


CONTRACT  TIME: 


DATE  WORK  STARTED: 


3  - 


ORDER  TO  PROCEED  DATE:     \  1- \<\- ft-^ 

%  COMPLETE:      )  oq  <yn   

%  TIME  USED:  'l&'fo  

NO.  MEN  EMPLOYED:  3 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:  ft-?\.e>i4 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  ^w- 


PROJECT  MANAGER:    q^q  Q  ^rUiSMA^J    TELEPHONE:      2^5^  qftft?, 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:     QepT  AF  HyW'i, 


GENERAL:    vlo<?<  CC>kLS\?>TFO  OP  V\MM\^C;.  6?  ^TA<  V/piU'u^  V7 
 Thf  PgmVpcT  ul^S  CAiv\<p\  fT^n         &uci^t        tqftu^  g 

 THE  ELfci&L  QiiAyXlxVsS  ^gog  t^rmvon^^  nU-oVr 


fiha/  /l#S    fad's?    J5*rJ^7,A<?c/  7a    aA^m^l,  .  77! sS  xs 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:    ///^/^  £> 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  9-  ff"^ 

PROJECT  NO.:  AtS/lO-  4oS3-/2,CO  CONTRACT  AMOUNT:     $    ^7.  £,e>Gj0C> 

PRO  J.  NAME :  /SaLl  gA/T>A//£    Sa/T~*l<za1.  CONTRACTOR:  flttSPx  ^a7y 

LENGTH :  Cb.&C   FROM  (town):  X&jjt,As*r<sa  

COUNTY:         i^fr^ <oa7a .  AWARD  DATE:   

CONTRACT  TIME:    <tS  A4e»c*/A/<S  DATE  WORK  STARTED:   

ORDER  TO  PROCEED  DATE:    PROBABLE  COMPLETION  DATE:   

%  COMPLETE:    NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:    NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    A?t  //#*7V»AaS  TELEPHONE:         JZ.^-  <£/3&  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  /d^v^s  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


/-V 


DISTRICT:  jg,/,^*/^ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  *?-S-&<£ 

PROJECT  NO.:  9<gjT£    C&)  DATE  SURVEY  AUTHORIZED: 

PROJ.  NAME:     Z^gy  <^«r,  DATE  WORK  STARTED:   

LENGTH :    ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     A^.  £&6Z&L£*k  TELEPHONE:  ^S'l-  <f/^&  

NO.  PERSONNEL  ASSIGNED:  <ff  %  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  tij//^^ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      S&^i.  3   /  9  F^f 

PROJECTNO.:     g£     ?o  s4   DATE  SURVEY  AUTHORIZED:    jfy,*,  I  Za  /9P4 

PROJ.  NAME:^gJrt/^Z,///f^  ^.'Jf^     DATE  WORK  STARTED:   

LENGTH:    ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:   Tl>  L  Qgj^£.  TELEPHONE:      S3  * -S"7.Z  /  

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE: 


J* 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  j4jjU/aj&2> 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  9--S"-  & ' <£ 

PROJECT  NO.:  g^g #9  C<$)  DATE  SURVEY  AUTHORIZED: 

PROJ.  NAME:     >fe/uLd*LJ>STt>*J£:  /2m&*e.        DATE  WORK  STARTED: 

LENGTH:    ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     /fc^  /J/J/eTyry Aid  TELEPHONE:  ^.^TJZ- 

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE:  ^S~<T  

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:    ^SgSgg  3 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  9- 

PROJECT  NO.:  9<Q  <$>/?  C7 )  DATE  SURVEY  AUTHORIZED: 

PROJ.  NAME:  Sn/XloflTgg>  fiuZit  Gf>,    DATE  WORK  STARTED:       ^  ^~£<Z 

LENGTH:    ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  //jf^er****)         TELEPHONE:  <&■/ S  G 

NO.  PERSONNEL  ASSIGNED:  Q  %  COMPLETE:  

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  5130 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:   August  24,  1984 


PROJECT  NO.:      BR  09033  (04X--  DATE  SURVEY  AUTHORIZED:        April  20,  1984 

PROJ.  NAME:  Musselshell  Bridge  DATE  WORK  STARTED:     July  27.  1984 

near  Bundy 

LENGTH:   Q.4  Miles  ESTIMATED  COMPLETION  DATE:    Sept..  7,  1Q84 

DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:        Passow   TELEPHONE:  538-8731 


NO.  PERSONNEL  ASSIGNED:        1  to  6  %  COMPLETE:  fit; 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  5130 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      August  24,  1984 


PROJECT  NO.:      F  57-3  (15)  67   DATE  SURVEY  AUTHORIZED:     October  12,  1983 

PROJ.  NAME:  Moore-Lewi stown   DATE  WORK  STARTED:    November  15,  1983 

LENGTH:  14.0   ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:     July  27,  1984 
PROJECT  MANAGER:        Passow  TELEPHONE:  538-8731 


NO.  PERSONNEL  ASSIGNED:    %  COMPLETE:  100 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  5130 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       August  24,  1984 

PROJECT  NO.:        F  14-4  (01)    139  DATE  SURVEY  AUTHORIZED:     May  22,  1984 

PROJ.  NAME:       Lavina-West   DATE  WORK  STARTED:  August  23,  1984 

LENGTH:  8.3  miles   ESTIMATED  COMPLETION  DATE:  10/15/85 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     Passow  TELEPHONE:  538-8731 


NO.  PERSONNEL  ASSIGNED:  4   %  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  & jZJL,4/&s 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  9-^*-<f^ 


PROJECT  NO.:  //£  90-7fes  )^7^7  DATE  SURVEY  AUTHORIZED:  $>3 

PROJ.  NAME:  <J£e  1  CXI  fig         f' &U.  DATE  WORK  STARTED:     S^-/^-  Pj? 

LENGTH:   7.0    ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:  _______ 

PROJECT  MANAGER:  jMj£7>k7/2jlJ  TELEPHONE:         ^j^l  -   

NO.  PERSONNEL  ASSIGNED:  %  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 

YELLOW  -  DISTRICT  OFFICE  > 
PINK  -  ORIGINATING  OFFICE 


J23 


DIRECT  PARTICIPATION 
FEDERAL  HIGHWAY  ADMINISTRATION 
August  6,  1984 


MONTHLY  PROGRESS  REPORT 
DIRECT  FEDERAL  CONSTRUCTION 
MONTANA 


August  6,  198U 


PROJECT 


LOCATION 


LENGTH 


TYPE 
WORK 


PERCENT        %  WORK  COMPLETED 
TIME  AND  ESTIMATED 

USED  COMPLETION  DATE 


CONTRACTOR  AND 
CONTRACT  AMOUNT 


MT  ERFO  81(4) 


Helena  NF,  Lewis  &  Clark 
Broadwater  &  Powell  Co. 


.123      X081,  XOOl  &  XOOl  91% 


62%     U.S.  Small  Business  Adm. 
09/13/83       Morning  Star  Ent.,  Inc. 
( Subcontractor ) 
$279,000.00 


FHP  19-1(2) 
FHL  19-1(2) 


Darby  -  Lost  Trail 
Bitterroot  NF 
Ravalli  County 


4.451      Grading,  Base,  +  34.4% 
Bituminous  Paving 


51.2%  Washington  Const.  Co. 
11/01/84  $2,526,990.35 


MT  ERFO  81(3) 


Avalanche  Creek 

Benton,  Ohio  &  White  Gulches 

Lewis  &  Clark  County 


Grading,  Damage  56.5% 
Repair 


52.8%  Swan  &  Sons,  Inc. 
07/01/84  $231,891.50 


OM-AD  18(9) 


Fergus  &  Wheatland  Co. 


22.982      Gravel,  Surfacing  80.0% 
(E000) 


75.2%  Konitz  Contracting,  Inc. 
05/15/84  $356,732.00 


MT  FH  12-1(1),  Whitefish-Eureka, 

RRS  5-3(18)145,  Olney  Underpass, 

FH  72-1(1)  &  Star  Meadows  & 

FH  79-1(1)  Good  Creek  Roads 


25.432      Grading,  Base  and  12.0% 
Bituminous  Pavement 
(1000) 


1.5%     Morrill  Asphalt  Paving 
10/15/84  $3,186,808.40 


OM-AD  18(12) 


Judith  Basin  Co. 


37-000      Crushed  Aggregate 
Surfacing  E000 


Konitz  Contracting,  Inc. 
10/29/84  $549,577.50 


OM-AD  18(11)         Cascade  &  Teton  Co. 


22.600      Crushed  Aggregate 
Surfacing 


Maronick  Const.  Co.,  Inc 


